CONTRACT REVIEW SHEET 



Person Sending: V^kSSSV. 


Department Name: G"T\ ifYsJl. S>Q 


Date Sent: ®> 



Contract Amendment 
INCOMING FUNDS? YES NO (CIRCLE ONE) 



Grant 



Lease 



Intergov't Agreement 



Contractors 
Name: 




Date From: 



Date To: 



Chairma 



Amount of Contract or Amendment: < j^> ^ Q 2L $Q 



If an Amendment, New Contract Total = H 2^^2.06, 

^ > -^y 



Certificates of 

Insurance 

Attached: 



Liability 

(circle one) 

Yes No 



Workers Comp 

(circle one) 

Yes No 



If no insurance attached, why not? 



Process taken to select contractor: 
Verbal quote: Written quote:_ 



RFP: Competitive Bid: Renewal: 



(Attach copy for reference) 
Description of Contract Services: 



For Support Services Use 



Date Scheduled on BQC Agenda: HCf^£{ 



Date Contract Received: <P~jQtff&{) 



Authorization for Health Administration to 
sign on behalf of BOC: 



Additional Comments: 




date 



Legal Counsel 



date 



Risk Manager 



date 



l^sturnsd to ^hmparttnsttt/_ 



_Aiyna.tus46. 



Review. CON 8/99 




A Marion County/Salem Area Transit 
Joint Development Project 



Courthouse Square 




Date: February 28, 2000 

Re: Recommend approval of Change Order #20 

Recommendation: 

That the Board of Commissioners approve change order #20 in the amount of $90,280 
with Pence Kelly Contractor for the project. 

Background: 

Change order #20 contains 18 individual and specific change order requests from Pence 
Kelly. I summarize those I feel most notable: 

1 . Item number 3, previously approved by both Boards, will set aside in the lobby space plan a 
small area to be used for a security check point in the future of the building, if deemed needed. 

2. Item number 4, requested by County Building Management, will put a building wide paging 
system into the project. The system will be accessed by an interface with the telephone system. 

3. Item number 6 will provide a dedicated cooling system for the CCTV control room. CCTV 
has agreed to reimburse the project for this cost. 

4. Item number 1 1 will provide the "daylight harvesting" system previously agreed to by both 
Boards as a part of the Earthsmart agreement. 

I recommend your approval of this change order. 



Thanks. 
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CHANGE ORDER 



PROJECT: Courthouse Square CHANGE ORDER NUMBER: 

(name, address) 555 Court Street NE 

Salem, Oregon 97301 INITIATION DATE: 




20 

February 24, 2000 




ARCHITECT'S PROJECT NO.: 




9828 


TO: Pence/Kelly Construction, Inc. CONTRACT FOR: 
(contractor) 2747 Pence Loop SE, P.O. Box 4109 

Salem, Oregon 97302-8109 CONTRACT DATE: 




General Construction 
February 17, 1999 


You are directed to make the following changes in this Contract: 








1. 


Provide additional rebar at ground floor per RFI 314, 
as per C.O.R. # 106r. 


Add 


$ 


477.00 


2. 


Provide modification and notching to Ductwork at Canopy Braces per RFI 338, 
as per C.O.R. # 138. 


Add 


$ 


1,027.00 


3. 


Provide set aside space for future Security Desk per Proposal Request 69, 
as per C.O.R. # 165. 


Add 


$ 


2,941.00 


4. 


Provide Paging System per Proposal Request 47, w/ 346 speakers zoned in 
accordance with layout provided by Bob McCune dated 9/9/99, as per C.O.R. # 172. 


Add 


$ 


49,975.00 


5. 


Provide Security Screen at Waiting Room 3237 per Proposal Request 79, 
as per U.K. # 1/4. 


Add 


$ 


1,542.00 


6. 


Provide spot cooling for Audio Visual Room 1253 per Proposal Request 61, 
as per o.u.k. tf loz. 


Add 


$ 


9,472.00 


7. 


Provide additional rebar at elevator walls at roof per Tim Terich drawing of 12/8/99, 
as per C.O.R. # 189. 


Add 


$ 


788.00 


8. 


Provide support for framework @ Airshaft per RFI 351 and 305, 
as per C.O.R. # 190 


Add 


$ 


2,047.00 


9. 


Provide Column type C-16 and shear head @ grid 3C per RFI 332, 
as per C.O.R. #192 


Add 


$ 


1,612.00 


10. 


Provide NO-CHASE series 4G grease duct system to meet duct chase code requirement, 
as per C.O.R. # 195. 


Add 


$ 


2,887.00 


11. 


Provide Photocells (Daylight Harvesting) per Proposal Request 55, 
as per C.O.R. # 197. 


Add 


$ 


9,413.00 


12. 


Leave Ducts in parking level unpainted to match rest of space, per VER 19, 
as per C.O.R. # 199. 


Deduct 


$ 


(1,380.00) 


13. 


Provide Finish Changes, except Terrazzo, for Transit Waiting 1175, Lobby 1200, 1240 
and Corridor 1131 per Proposal Request 67, as per C.O.R. #200. 


Add 


$ 


1,720.00 


14. 


Provide two hose bibbs with freeze proof faucets at the east and west mechanical shafts, 
as per C.O.R. # 201 r. 


Add 


$ 


1,710.00 
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15. Provide Exhaust Duct from Air Room P298 per Proposal Request 84, 
as perC.O.R. # 202. 

16. Provide changes to detail 5/A2.8 per RFI 453, 
as perC.O.R. # 203. 

17. Provide revisions to room 1272 per revised Proposal Request 82, (Transit urinal) 
as perC.O.R. # 204. 

18. Provide 12" x 12" x 24" columnette for precast at grid 10-B per RFI 315, 
as perC.O.R. # 209. 

Total for Change Order No. 19 



Add $ 



Add $ 



Add $ 



3,206.00 



977.00 



1,617.00 



Add $ 249.00 
$ 90,280.00 



t valid until signed by both the Owner and Architect Signature of the Contractor indicates agreement herewith, including any adjustment in the Contract Sum or Contract Time. 



The original Contract Sum was 

Net change by previously authorized Change Orders 

The Contract Sum prior to this Change Order was 

The Contract Sum will be (increased) (docr e as e d) by this Change 

The new Contract Sum including this Change Order will be 

The Contract Time will be (incr e as e d) (docreas e d) (unchanged) by 

The Date of Substantial Comoletion as of the date of this Change Order therefore is 



$ 18,459,484.00 
$ 1,656,621.00 
$ 20,116,105.00 

J 90,280.00 

$ 20,206,385.00 
calendar days 
November 27, 2000 



Owner: 

Marion County 
100 High St. NE 
Salem, OR 97301 



| Date: \ 



Architect: 

Arbuckle Costic Architects, Inc. 
363 State Street / 
Salem, Oregop ^7301 -3655 




I Date: &Z-/z&/2ce* 



Owner: 

Salem Area Mass Transit District 
3140 Del Webb Ave. NE 
Salem, OR 9730^-4165 

|By: 



7303-4165 



Date: 



Contractor: 

Pepce/Kelly Construction, Inc. 




Date: 



Project Manager: 

Melvin Mark Development Co. 
111 SW Columbia, Suite 1380 
Portland, Oregon 




File: 9828-1 1b 



Apbrdved as tc form 



t%r MtLii M ob 

Counteracts Coordinator 



Marion County Legal Counsel 
Approved as to form 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: added rebar at west shear wall 



COR No. 



00106 



DATE: 9/20/99 
JOB: 99006 
ISSUE: 00159 



1 . Contract time being extended 
L%y) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of < 9/27/99 ) 



For work described below, we offer the following quotation. 



Provide additional rebar at ground floor per RFI 314. PT cable was already on site. 



Total Cost: 



$477 




Pro Management Systems, Inc. 
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8-31-1999 11:03AM FROM C/J REBAR. 15033530249 



P. 1 



//// , 

(C & J Rebar, IdcJ 



2XMSra Soumi^Mr HfONmd Road 
Dw roi«» V . Oregon B7P04 



Retnftoclng Iron InMhUImtion 



DATE: 



8/31/99 



PROJECT MODIFICATION 



JOB: Courthouse Square 
CONTRACTOR: Pence/Kelly Construction, Inc. 
ATTN: Dave Hays 
FAX: (503) 364-5382 



EXPLANATION OF CHANGE: Reinforcing Re-Design 

Add rebar near West SheawatI due to removal of short P.T. tendons. 




ADDED REBAR: 1,110# 
ADDED DETAILING: 1.5 tH5 



FABRICATOR CZO#: 42 

C&J REBAR LABOR: 7hrs @ $53.40/hr 

MARK-UP: 



AMOUNT: $304.20 

AMOUNT: $373.80 

AMOUNT: $67.80 

TOTAL: $745.80 



Slgnatura 



nec^v-ci: O/ie/OO .5:19; 1 5033S302AO -> PENCE KELLY; P. B . 2 

9-16-1999 2: 12PM FROM C/J REBAR. 15033530249 p - 2 



f*of1t*n<f 

20675 Soutfi Upp*r HtoMftntf R«vd 
BMvtrcrMk, Oregon Q70CK 



C & J Rebar, Incj SWKSST 



WATS 1-40040^2330 

ttelntforcing Iron 1nat«|]nUon 



DATE: 9/16/99 

PROJECT MODIFICATION 



JOB: Courthouse Square 
CONTRACTOR: Pence/Kelly Construction, Inc. 
ATTN: Dave Hays 
FAX: (503) 364-5382 



EXPLANATION OF CHANGE: RFI 314 

Regarding short tendons, DSI did not receive this until after shipment. 
No corrections were made during shop drawing review. 
Material had already shipped. 

ADDED POST TENSIONING: 
ADDED DETAILING: 



FABRICATOR C/O0: AMOUNT: 
C&J REBAR LABOR: AMOUNT: 

MARK.UP: AMOUNT: $0.00 

TOTAL: $0.00 



Signature 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: Provide modification to Ductwork 



COR No. 



00138 



DATE: 11/4/99 
JOB: 99006 
ISSUE: 00226 



1 . Contract time being extended 
( x -£ r "l Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 11/11/99 ) 



For work described below, we offer the following quotation. 



Provide modification and notching to Ductwork at Canopy Braces per RFI 338 



Total Cost: 



$1,027 




Pro Management Systems, Inc. 
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01/25/00 12:39 FAX 503 364 2276 



ORE CASCADE INC. 



0001 




OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 

MECHANICAL CONTRACTORS 



1 



1728 - 22ND ST. S.E. 
RO. BOX 12127 
SALEM, OREGON 97309 



CCB 1 27 

PHONE (503) 588-0355 
FAX (503) 364-2276 



January 25, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order #21 Revised 
PCC #27 

Attn: John Gremmels 



Below please find revised cost breakdown for labor and material to modify the duct work at the canopy 
braces per "new RFI #338" and PCC #27. 

This office has not seen a "new RFI #338" or revised PCC #27 as of this writing. 



Description 



Hrs $/hr 



Totals 



OCPH: 



Labor: 



Foreman 
Labor 

Deliv. & Recv, 



Material: 



0.00 S52 $ 
0.00 $49 $ 
0.00 $23 $ 
$ 



OTHER: 



SUBS: 



HVAC Sub. (see attached) 



10% Profit and OH 



If you have any questions please call. 



Total Add: $ 



-*t^lo— 

Z 



Sincerely! 



Richard L. Vogt 
Project Manager 



cc: File 9907 
Job Site 



celved: 1 /25/00 11 :40AM; 503 364- 227e -> PENCE KELLY; Page 2 

01 /25/00 12 :3 9 FAX 503 364 227 6 ORE CASCADE INC. ®002 



Fraina rd SheetMetal Inc. 



Ja 
C 



^4 



and RFI 0038 



Native American Contractor 



732 Shelley Street 
Springfield. Oregon 07477 
541-726-8931 Fax 747-2893 



Please see revised break down vJ labor and materials for the new RFI 0038 ,PCC 27 







materials 




office - 


computate and revise RFI 







shop/job - 


new shop drawings 





1 


shop 


cut down 60"x30" duct 





2 


shop 


new length for (4) four tap ins 


$136.00 





job 


cutdown 60"x30" transition 





1.5 


job 


notch duct for canopy supports 


$30.00 


6 


job 


add new hangers for duct 


$28.60 


1.5 






$194.60 




10% OH&P 






11 



Total cost of Change: 



labor 



? 



51.$71 



5999746^ 



Warren Brainard 
Brainard SheetMetal, Inc. 




WB/mj 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Civ- 



Change "Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR # 69; Future Security Desk 



COR No. 



00165 



DATE: 11/30/99 
JOB: 99006 
ISSUE: 00260 



1 . Contrapt time being extended 
M©^) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of | 2/17/00 ) 



For work described below, we offer the following quotation. 



1 ) Provide Set Aside space for future Security Desk per PR #69 (The interior of the Dead Space will be unfinished, 
no drywall or insulation will be placed on the inside of the original wall and the FSD is to be moved not added.) 

2) Provide shift in the 1-hour partition south of door 1 131A as required to permit full 8" depth of standpipe cabinet, 
per SD-050 and RFI 402. 



Total Cost: 



$2,941 




Pro Management Systems, Inc. 
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WESTERN PARTITIONS, INC. 



8300 S.W. Hunziker Road 
TigarcJ, OR 97223 
(503)620-1600 



Project: 
Contractor: 
GC Ref.rs: 
Description: 



Courthouse Square 

Pence / Kelly Construction, Inc. 

PCC#29, PR #69 



CHANGE ORDER REQUEST 

ATTN: Dave Hays ( P.M. ) 



WPI JOB #: 99-05.3799 
WPICOR#: COR 41 

Prepared by: Roger Huntelnger oa-Feb-00 



ADD NEW WALL g SECURITY INFO DESK 

DELETE ONE SIDE ROCK & INSULATION FROM ORIGINAL WALL 
FURNISH AND INSTALL 30"x36" ACCESS PANEL 



DIRECT COST 



1. LABOR 





MAN HRS. 


RATE 


TOTAL 


Layout 




$ 48.59/HR 


$0 00 


Frame 5+1 


6 


$ 44.84/HR 


1269 04 


Hang -2+10*5 


as 


5 44.B4/HR 


£381.14 


Tape*Rni»ri -2+10 


e 


S 44.84/HR 


S3SB.72 


Trims 


2 


5 44.84/HR 


$89. Be 


Texture 


1.5 


$ 44.S4/HR 


567.26 


lobulation -0.7&+2 


1.25 


5 44.84/HR 


$56.05 


Aoousbc Ceilings 




S 44.847HR 


SO 00 


EIF3 




$ 44 64/HR 


to.oo 


Wood installation 




5 44 64/HR 


$0.00 


Demotion 




S44.84/HR 


$□00 


Doors / Frames / Hdwre 


1 


£ 44.84/HR 




Travel & Access Time 




$ 44.84/HR 


$0.00 


Clean /Stock /Truck 


3 


S 44.&4/HR 


$134.52 


Working Foreman 


1.5 


$ 4a,S9/HR 


$72.89 


Project Msnojcmcrt 




$ 60.00/HR 


$0.00 


Premium Time Rate 




S 6B.09/HR 


50.00 


Double Time 




5 B5.77/HR 


$0.00 



SUBTOTAL 



51,474.14 



TOTAL LABOR COST 



2. EQUIPMENT & SCAFFOLD RENT 



$1,47414 



DESCRIPTION 
scaffold 



3. MATERIALS 

DESCRIPTION 

1 400IC20 STUDS 

2 400WT20 TRACK 

3 5/8-XSHEFTROCX 

4 TRIM 

5 INSULATION 

6 TEXTURE MATERIALS 

7 ACCESS PANEL 
B 

9 

10 



.140+600 
-140+300 



QTY. 

2 



TOTAL EQUIP RENT 



QTY. 

180 
40 
460 

45 
160 
600 
1 






PRICE 

$15.00 



PRICE 

$0,541 
50 518 
$0,310 
$0,200 
SO 150 
£0. 080 

$0,000 
£0.000 
$0,000 



SUBTOTAL 

LABOR OV/ERHEAO/PRORT 
EQUIPMENT OVgRHEAO/PROFrr 
MATERIAL OVERHEAD/PROFIT 

TOTAL AMOUNT THIS COR 



TOTAL 

$3000 
£0.00 
£0.00 
$0.00 



TOTAL 

$67.38 
$20.72 
$142 60 
$0.00 
524 00 
548.00 
4* 0. 88 
£0 00 
$0.00 
$0 00 



10% 
10% 
10% 



$30.00 



5741,70 

5147.41 
53.00 
574 17 

52,470.42 



\&>\ 



I 



12/11/99 00 : 00 



FAX 



PENCE KELLY; 
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WESTERN PARTITIONS, INC. 



8300 8. W Hunziker Road 
Tpgarc), OR 97223 
(503) 620-1600 



Project: 
Contractor: 
GC Ret #*s: 
Description: 



Courthouse Square 

Pence / Kelly Construction, Inc. 

RR#402 

REVISE WALL FOR VALVE @ ROOM 11 31 



CHANGE ORDER REQUEST 

ATTN: Dave Hays ( P.M. ) 



WPI JOB #: 99-06-3799 
WPJCORft: COR 22 

Praparttf by: Roger Huntelnger 



08-D*098 




DIRECT COST 
1. LABOR 





MAN HRS. 


RATE 


TOTAL 


Layout 




$ 48.59/HR 


$0.00 


Frame 


2 


S 44.B4/HR 


$66,66 


Hang 


0,5 


S 44W/HR 


$22.42 


Tape &. Finish 


0.5 


$ 44.64/HR 


$22.42 


Trims 




$44.8<VHR 


$0.00 


Pmcrtmg 




$ 44.64/HR 


$0.00 


insulation 




$ 44.64/HR 


$0.00 


Acoustic Ceilinga 




S44.B4/HR 


$0.00 


EIFS 




5 44 84W 


so.oo 


Wood Installation 




S 44.84/HR 


50.00 


Demoliitor> 




$ 44.84/WR 


£0.00 


Doors / Frames / Hdwre 




$ 44.64/HR 


$0 00 


Travel & Access Time 




$ 44.84/HR 


$0 00 


Ctean/ Stock /Truck 




$ 44.fl4/Hft 


$0.00 


Working Foreman 




$4fi,59/HR 


3D. 00 


project Management 




$ 60,00/HR 


$0.00 


Premium Trme Rate 




$ 6B.09/HR 


$0.00 


Double Time 




$ 85.77/HR 


$0.00 



SUBTOTAL 



$134.52 



TOTAI- LABOR COST 



2. EQUIPMENT & SCAFFOLD RENT 



$134 52 



DESCRIPTION 

SCAFFOLD 



QTY. 

0.5 



PRJCE 

$15.00 



TOTAL 

$7.50 
$0.00 
$0.00 
$0.00 



3. MATERIALS 



DESCRIPTION 

400IC20 STUDS 
400DT20 TRACK 
5/8 x SHEETROCK 
CORNERBEAD 

M1SC SCREWS, SHOTS, TAPE, ETC 



TOTAL EQUIP. RENT 



QTY. 

66 
11 
1 

20 
20 








PRICE 

$0,524 
$0,593 
$0,310 
$0,200 
$0,200 
SO 000 
SO. 000 
$0,000 
$0 000 
$0,000 



TOTAL 

$50.30 
$6.52 
$0.31 
$4.00 
$4.00 
$0.00 
$0.00 
$0.00 
$0.00 
$0.00 



$7.50 



SUBTOTAL 

LABOR OVERHEAD/PROFIT 
EQUIPMENT OVERHEAD/PROFIT 
MATERIAL OVERHEAO/PROFiT 

TOTAL AMOUNT THIS COR 



10% 
1D% 
10% 



$65.14 



$207 16 
$13.45 
$0 75 
$6 51 



$227 67 
$226.00 




MECHANICAL CONTRACTORS 



I OREGON 
I CASCADE < 

C PLUMBING & 
HEATING inc. 



CCB 1 27 

PHONE 

FAX 



1728 - 22ND ST. S.E. 

RO. BOX 12127 

SALEM, OREGON 97309 



(503) 58B-0355 
(503) 364-2276 



February 2, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem T Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order # 24 Revised 
PCC #36 Revised 

Attn: John Gremmels 

Below please find revised cost breakdown for labor and material for PCC #36 revised. 



I Description Hrs $/hr Totals 1 



OCPH: 



Labor: 



Foreman 
Labor 

Deliv. & Recv. 



0.00 
0.00 
0.00 



$52 
$49 
$23 



$ 
$ 
$ 
$ 



Material: 



OTHER: 



SUBS: 



HVAC Sub (see attached) 




If you have any questions please call. 



10% Profit and OH 



Richard L. Vogt 
Project Manager 




cc: File 9907 
Job Site 



<sm 3R4 ?276 PENCE KELLY; Page 2 

.oc S l»ed: 2/ 3/00 1V.56AM; 503 384 2. 76 

0V03/00 12:54 F AX 503 364_2276_^_ ■ ORE CASCADE INC. ® 00 ' 



Brainard SheetMetal Inc. 



Native American Contractor 



„ r „ , , 732 Shoney Streat 

Heating Ventilation & Air Conditioning SpilngfieW. Oregon 97477 

541-726-8931 Fax 747-2893 



January 31, 2000 



Oregon Cascade Plbg. & Heating 
P.O. Box 12127 
Salem, OR 97309 

Attn: DickVogt 

Project: Courthouse Square - PCC #36-PR #69:Future Security info 
Desk change 

Dick: 

Labor and material price for the revised Pcc-36 adding duct and access 
door at Security info desk. 

Labor: $153.00 

Material: $334.00 

OH&P $ 48.70 

Total Add: $535.70 
Breakdown as requested: 

materials: add 12'new 10" pipe: $45.00 

furnish fe install fitc raled access do u i. $289:66 

labor: 3 hrs @ 51./ $153.00 
10% OH&P $ 48.70 




Warren Brainard 
President 

Brainard SheetMetal, Inc. 



WB/mj 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: Provide Paging System per PR # 46 



COR No. 



00172 



DATE: 12/8/99 
JOB: 99006 
ISSUE: 00199 



1 . Coptract time being extended 

Calendar days. 

2. Acceptance of COR prior to our 
deadline date of | 12/15/99 ) 



For work described below, we offer the following quotation. 



Provide Paging System per PR # 46. Price is based on 346 paging speakers, zoned in accordance with the layout 
furnished by Bob McCune dated 9/9/99. 



Total Cost: 



$49,975 



H C^tk 




Dcepted By: 
Date: 
Accepted By:_ 
Date: 



Pence/K*: 



Salei 




Inc. - John Gremmels 



Reviewed By: 



ipanies - Craig Lewis 




Date: 



- Billy Wasson 

r4 



Pro Management Systems, Inc. 
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ALBANY REGIONAL OFFICE 



ELECTRICAL 



CONSTRUCTION CO. 

October 16, 1999 



John Gremmels, Project Engineer 
Pence / Kelly Construction, Inc. 

P.O. Box 4109 

Salem, OR 97302-8109 

RE: Courthouse Square PR-46 Install Paging Speakers 
EC Change Request # ECCR-03 1 ' 

Dear John, 

We are pleased to provide our quotation for the above referenced additional work. Our price is limited to 
electrical work specifically called for in the Architect's/Engineer's instructions. 



Our price for this additional work is $ 46,548.00 

Additional Contract time required Days 

The scope of the additional work to be performed consists of the installation of 346 paging speakers 
complete with backbox, t-bar bridge supports, volume controls, cable etc. to all open office areas, 
conference rooms, all restrooms, corridors, and lobbies. The system is zoned in accordance with a layout 
map provided by Bob McCune, Facilities Manager. 

Conditions of this proposal are as follows: 

• Pricing is based on normal working hours; 

• This proposal is valid for 30 calendar days following the date of this letter. 

We trust this meets with your approval and await your response. If you have any questions or require any 
additional information please contact me. 



Sincerely, 




Craig Davis 
Project Manager 



ECCR# 12345-01 



32758 Old Hwy. 34 S.E. • RO. Box 925 • Albany, Oregon 97321 • Telephone (541) 926-4266 • (800) 598-4266 • Fax (541) 926-4268 

www.e-c-company.com • OR CCB# 49737 




CHANGE ORDER ANALYSIS 
Summary Sheet 
Install Paging Speakers DATE: 



COMPANY 

co # 31 EC Proposal # : ECCR-031 



Owner's Ref. #: Proposal Request 46 

A. TOTAL PRICE THIS CHANGE ORDER 



C. 





as shown in item 15; 


S 


46 549 00 


Scope to be performed: 






1. 


See attached documents 






Cost 


Summary: 






1. 


Total Material Cost (see back-up) 


$ 


40,450.00 


2. 


Total Burdened Labor Cost (see back-up) 




1,867.04 


3. 


Subcontractors Cost (see back-up) 




0.00 


4. 


Equipment Cost (see back-up) 




0.00 


5. 


Other Miscellaneous Costs (see back-up) 




0.00 


6. 


Small Tool allow % of item 2 






7. 


Record Drawings and Submittals 






8. 


Warranty Work 0.00 %of direct expenses 






9. 


Overhead 10 % 




4,231.70 


10. 


PROFIT at % 






11. 


B&O Tax % WA only 






12. 


Sales Tax 0.00 % 






13. 


Bond 0.00 % 




0.00 



TOTAL PRICE THIS CHANGE ORDER $ 46,548.74 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 

Craig Davis PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 

Date: 10/15/1999 

LABOR COST SUMMARY 

CO# 31 EC Proposal # : ECCR-031 



( X )Ficld ( )Shop Owner's Ref. #: Proposal Request 46 

Total 

Hours Rate Cost 



DIRECT LABOR WAGE 

Electrician (see back-up) 40.00 $ 42.12 $ 1,684.80 

Field Foreman 4.00 45.56 182.24 

General Foreman " 49.00 0.00 

Subtotal Direct Labor Cost $ 1,867.04 

PAYROLL TAXES 

Electrician (see back-up) 40.00 S 0.00 $ 0.00 

Field Foreman 4.00 0.00 0.00 

General Foreman 0.00 
Subtotal Payroll Taxes/Benefits 

BENEFITS 

Electrician (see back-up) 40.00 $ 0.00 $ 0.00 

Field Foreman 4.00 0.00 0.00 

General Foreman 0.00 
Subtotal Payroll Taxes/Benefits 

Project Manager 



Subtotal Labor Cost $ 1,867.04 

Subsistence, Per Diem, and Parking 



LABOR TOTAL 



44.00 



$ 1,867.04 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 

EC Proposal # : ECCR-031 

CO # 31 Owner's Ref. #: Proposal Request 46 



Material 

1. 
2. 
3. 
4. 
5. 
6. 
7. 
8. 
9. 
10. 
11. 
12. 
13. 
14. 



Material (see back-up) 



#of 
Units 

1.00 



Unit 
Cost 
Each 
40,450.00 



Cost 



40,450.00 



Freight 



Waste and Spoilage 



Subtotal Material Cost 
Sales and other Taxes 
Shipping, Storage, Distribution i 
Restocking 



40,450.00 



% 



TOTAL COST OF MATERIALS $ 40,450.00 



JOB : 19 063 Mat=Std Lab^Stdl 
COURTHOUSE SQUARE 08-06-99 



Electrical Construction Co. 
BID TAKE-OFF DETAILS 
10-16-99 13:15 Pg : 1 



PENCE / KELLY CONST 



PART NUMBER DESCRIPTION 



COUNT 



MATERIAL 

UNIT EXTENDED 



BID ITEM 
ECCR-031 



SYSTEM 
PR-46 



ESTIMATOR 
CRAIG 



3558 

3559 



Salem Fire Alarm Quote 
Field Coordination 



40,450. 000 E 



40,450. 00 



Total : 



40, 450. 00 



Grand Totals : 



40, 450 . 00 



Sent By: PENCE KELLY; 
FROM : 




3t50 22rKJStSE PO Bo* 1 2799 StfcunOR 97305 + Phon* (503)3*4-45*6 Ftx (503)364-061 7 ♦ CCB #76604 

Fax 





CraJo Davis 


N^ffu JoeRJpp 




Roc 


836-3673 


FtpWt 1 






* 5fi&8862 


Omtm 2f2SK30 






Courthou^a Squm P^lng 


CCl 






#<rt QfarH»vtiw DPI*** 







Craig. 

Here is tha price breakout a&wiue«ted If you have any quwtionss pleaoe grve me g call. 



Oty. 


Description 


Unit Pric« 


Ext. Prictf 


19S00 


CATS PLENUM CABLE 


$0,202 


$3,737.00 




LOWELL SPEAKER W/VOL 




$6, 533*00 


34$ LOWELL LBS-a^H T-BAR BAFFLE 






1 


MISC HANGERS AMD HARDWARE 






1 


PLANS/ SUBMITTALS, FREIGHT, ETC, 




81, 397.00 


462 


HAH- HOURS LABOR 




519,538.00 



$40,450,00 



JoeRipp 



SFAFaocbot 



12/23/99 05:16 FAX 



a 01 




Western Partitions, Inc. 



December 15, 1999 



WPI Serial Letter #050 



Dave Hays, Project Manager 
Pence / Kelly Construction, Inc. 

2747 Pence Loop SE 
Salem, Oregon 97302 



Via Facsimile Only 

S03-364-S382 



RE: Courthouse Square, Salem, Oregon 
P/K Job #99006 
WPI Job # 99-05-3799 



SUB: COR 35-R / PCC 18 / PR 46 



Dear Dave: 



Upon further scope clarification from John concerning the above subject PCC # 18 we find the following revised 
cost impact to our contract 



The following clarifications apply: 

• We have allowed for 346 speaker locations ( 330 in grid and 16 in hard ceilings ). Without information to 
perform a takeoff we are relying upon quantities from John, Should actual quantities exceed 346 we expect 
compensation on a per each basis. 

• Speaker system and T-bars by others. Speaker layout provided to WPI by others. All cutouts to be centered 
in tiles and/or between studs @ hard ceilings. We have not included any additional framing for hard 
ceiling installations. 

• WPI will stockpile the cutout tiles in one location on each floor for installation by others. 

• We reserve the right to reevaluate impacts should future adjustments be made to this work, or should the 
described work be performed out of normal construction sequence causing added costs and/or delay to our 
scope of work. 

Should you have any questions, please do not hesitate to call 
Best Regards, 

WESTERN PARTITIONS, INC. 



Roger W. Huntsinger 
Project Manager 

Enclosure 

cc: correspondence, COR, Bruce Bryan 



ADD 



S 1,007.00 



ONE(l) DAY TIME IMPACT 



6300 SW Hunziker Road, Tigard OR 97223 
Phone: 503-620-1600 • Fax: 503-624-5781 
OR: 60330 * WA: WESTEPI1 72P6 



Received: 12/22/99 2:14PM; 

" 12/23/99 05:16 FAX 



■> PENCE KELLY; Page 2 



@02 



WESTERN PARTITIONS, INC, 



6300 S.W Hun2Jker Road 
Tigafd, OR 97223 
(503) 620-1600 



Project: 
Contractor: 
GC Ref. r»: 
Description: 



Courthouse Square 

Pence / Kelly Construction, Inc. 

PCC#1B/PR#46 



CHANGE ORDER REQUEST 

ATTN: Dave Hays { P.M. ) 



WPI JOB #: 99^05-3799 
WPICOR* COR 35 

Prepared by: Rogar Hurvtslftger Z2-Dee-88 



CUT OUT CEILING Tlte FOR PAGING SPEAKERS. SPEAKER COUNT IS 330 IN GRID AND IS IN HARD CEILING. 
SPEAKER SYSTEM & T-BARS BY OTHERS. SPEAKER LAYOUT PROVIDED BY OTHERS 

ALL CUTOUTS TO BE CENTERED IN TILE AND/OR BETWEEN STUDS @ HARD CEILINGS LOCATIONS TO BE PROVIDED QY OTH 
CUTOUT TILES TO BE STOCKPILED @ ONE LOCATION EACH FLOOR FOR INSTALLATION BY OTHERS. 



DIRECT COST 
1. LABOR 





MAN HRS. 


RATE 


TOTAL 


Layout 




$ 46.59/HR 


$0.00 


Frame 




$ 44.64/HR 


$0.00 


Hang 




$ 44.84/HR 


so ao 


Tape & Finish 




$ 44.84/HR 


$0 00 


Trims 




$ 44.84/HR 


$0.00 


Patching 




5 44.84/HR 


30, DO 


Inaulation 




$ 44.84/HR 


$0.00 


Acoustic Ceilings 


17 


$ 44.B4/HR 


576J.28 


EIFS 




5 44.84/HR 


$0.00 


Wood Installation 




S44.B4/HR 


$0.00 


Demolition 




$ 44.84/HR 


so.oa 


Doors / Frames / Hdwre 




$ 44.84/HR 


$0.00 


Travel & Access Time 




$ 44.84/HR 


SO.00 


Clean/ Stock /Tnjck 


2 


S 44.84/HR 


$89 68 


Wonting Foreman 


1 


$ 48 59/HR 


$48.59 


Project Management 




S 60.00/HR 


$0.00 


Premium Time Rate 




S 68.03/HR 


$0.00 


Double Tune 




5 05.77/HP 


$0.00 



SUBTOTAL 

TOTAL LABOR COST 



2. EQUIPMENT & SCAFFOLD RENT 



$900.55 



$900.55 



DESCRIPTION 

BAKER 



3. MATERIALS 



DESCRIPTION 



1 
2 
3 

4 

5 

e 

7 
6 
9 

10 



QTY, 

1 



TOTAL EQUIP. RENT 



QTY. 


□ 











PRICE 

$15.00 



PRICE 
$0,000 
$0,000 
50 000 
$0,000 
$0,000 
$0,000 
£0.000 
$0,000 
$0,000 
$0,000 



TOTAL 

$15.00 
$0 00 
$0.00 
$0.00 



TOTAL 

$0.00 
$0.00 
$0.00 
$0.00 
$0.00 
$0.00 
$0 00 
$0.00 
$0 00 
$0.00 



$15.00 



$0.00 



SUBTOTAL 

LABOR OVERHEAD/PROFIT 
EQUIPMENT OVERHEAD/PROFIT 
MATERIAL OVERHEADrPROFIT 

TOTAL AMOUNT THIS COR 



10% 
10% 
10% 



S915.55 
$90 06 

$1.50 
SO. DO 

S1,007.11_ 
$1,007 00 



Sent By: PENCE KELLY; 503 364 5382 ; 

Melvin Mark At: 15032234606 



Feb-23-00 10:23AM; 



Page 1 12 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pftrtoe Loop SE. Salem, OR 87302 (503) 399-7223 
Portland (603) 2244B81 Fax (503) 585-7477 

CCB* 634*5 



Date: 



2/23/00 



Letter of Transmittal 



No. 01598 



To: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 

Portland, OR 97201 

Project: Courthouse Square - 99006 
Subject: Salem Fire Alarm Back-ur. 
Project Manager: Dave Mays 

WE ARE SENDING YOU □ Attached 



Phone: 503^223-4777 
Fax: 503-223^4606 



□ Shop Drawings 

□ Copy C»r Latter 

□ Due 



□ Prints 

□ Plans 

□ Change Order 



□ Under Separate Cover Via: 

□ Samples 

□ Oil ib r: 



SUBMITTED FOR; 


Approval 




Your Use 




As Requested 




Review and Comment 




ACTION TAKEN: 


Approved as Submitted 




Approved as Noted 




Returned for Corrections 




Resubmit 





the following items: 



d Specifications 



Copies 



Date 



Description 



9/22/99 



Salem Fire Alarm Back-up for PR 46 



Remarks: 



Copies: 



Pm Manage man! Systems, Inc. 



Signed: 

John Gremmels 



PENCE KELLY; 503 364 5382 ; Feb-23-00 10:23AM; Page 2/ 

PHONE MO. : Sep. 22 1S33 02:47PM PI 



Ccmmunit Ml ions 
Protection 




IlisUdlahon 
Main len mix- 



PROPOSAL 



T* 

Craig Davis 



September 22. 1999 



Courthouse Square 
555 Court ST NE 
Salem, OR 9730] 



Sateen Fire Alarm is pleaded to provide yoo with the following proposal; 

Provide and install 346 Lowell paging speakers with baffle, T-bar bridge and volume control per RFP 
number 46. Provide arid install cable to phone closets on each floor. Termination in closet by others. 



Salem Fire Alarm proposes to furnish the above* for the sum of; 



$40,450.00 



Payment to he made upon as follows: Nat 30 



THIS PROPOSAL DOES NOT INCLUDE INSTALLATION, INSTALLATION 
MATERIAL OR ANY LABOR SERVICES UNLESS SPECIFIED ABOVE. 

Any alteration or deviation from the above, involving additional costs, will be performed 
oniy upon acceptance by Salem Fire Alarm of Purchaser's written order. This proposal 
may be withdrawn if not accepted within 30 days from the daie shown above. 



Salem Fire Alarm, Itic 
PO Box 12789 
Salem OR, 97309 

By: JoeRipp 



Tel: (503) 364-4566 
Fax; f$03) 364^617 
CCB# 076884 



ACCEPTANCE OF PROPOSAL - The prices, specifications, terms, and conditions herein, are 
hereby accepted, Salem Fire Alaim v Inc is authorized ro do the work as specified. 



Purchaser: 



Pate; 



By: 

(Authorized Signature) 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 
COR Title: PR #79; Security Screen 



COR No. 



00174 



DATE: 12/9/99 
JOB: 99006 
ISSUE: 00286 



1 . Contract time being extended 



uontrac 



Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 12/29/99 ) 



For work described below, we offer the following quotation. 



Provide Security Screen at Waiting Room 3237 per PR #79 



Total Cost: 



$1,542 







Reviewed By: 



.elly Construction; inc, - John Gremmels 
SalemfArei Transit - John Wittington 

Date: \7 -^/^x/no 



MelvirfMark Companies - Craig Lewis 

Date: *AM/ 00 



Accepted B 





MarionCountT - Billy Wasson 

Date: I Z.[.yfr | <SC> 



Pro Management Systems, Inc. 
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DEC-22-99 WED 01:15 PM PENCE KELLY 

12/22/1999 14:05 5036312790 



FAX NO. 503 585 7477 

NW INDUSTRIAL OJAI1N 



rnvxi vx 



rAA 1 


( 

Date 12-22-99 


i 


\ Number of panes Inducing cover sheaf f 

( 


TO: John Gremmels 


FROM: Northwest Industrial 


Pence/Kelly 


Coatings, Inc. * 




PO Box 1570 




Oregon Crfy, 0/? 97045 « 




Richard Muhlhauser 






Fax Phone 503-585-7477 


Phone (503) $31-8254 




Fmx Phone (503} $31-2790 


CC: 


l 


REMARKS: U Urgent For your review 


LI Reply ASAP LJ Pmsm Comment 


RE: PCC #00014 ADD $126 




MATERIAL $ 24 




EQUIPMENT $10 




OH&P $13 




LABOR $ 78 





503 585 7477 - > PENCE KELLY; Page 2 



aved: 12/16/99 1:33PM; 



DEC-16-99 THU 01:35 PM PENCE KELLY FAX NO. 503 585 7477 

12/16/99 132 45 KRIEGSCO MFG INC -> 503 5B5 7477 



P. 02 
NO. 633 



KR I EQSCO MftNUFACTUR X NG X IMC* 
F>- o. BOX 
HUBBRRD, OREGON 9703^ 

PHONEl (S®3) 9ai-90fl3 FQXl (503) 982-2393 
PROPOSAL 



Submitted to: PENCE /KELLY CONSTRUCTION Datei 12-16-99 

Project c SRLEM COURTHOUSE SQUARE 



WE PROPOSE to furnish all labor and materials necessary to complete the 
fol lowing: 

PCC #5 PR #79: RELITE WAITING 3S37 



INCLUDES 3 Assembled Red Oak Relite Only 

Relit e Trim Supplied by KRIEBSCO & Installed by others 



TOTAL PRICE, FURNISHED ONLY, P„O.B, JOBSITE: *658. 



EXCLUSIONS: * Painting or Finishing of »ny kind 

* Installation 

* Fire Treatment 

* Ol*s« 

* P-Iam Count crt op 



All work and material i* guaranteed. Any alteration* from the above 
specifications will be executed only upon written order*, and will 
become an extra charge, over and above the estimate* fill agreements 
contingent upon dslay* beyond our control. Price* valid for daya. 

Bid prepared By: KARL TELSCHOW 

ACCEPTANCE OF PROPOSAL: The above prices, specif icat ion* «nd conditio™ 
are hereby accepted. You are authorized to do the work as specified. 
Payment will be made per contract. 

Authorised Signature! Date* 



NOTE i Project will not be placed into our work schedule until * CONTRACT i 
PURCHASE ORDER or SIGNED PROPOSAL i» received. 



"xved: 12/21 /99 3:22PM; 

,ec 21 99 03:24p 



541 342 7588 - > PENCE KELLY; Pago 2 



Tony McLaren 



(541 ) 342-7588 



P-2 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salam, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Potential Change or Clarification 



TO: Rich 

Lane County Glass, Inc. 
1369 West 6th Ave. Ste 100 
Eugene, OR 97402 



Project: Courthouse Square 
PCC Title: PR #79; Security Screen 
Respond By: 12/20/99 



PCC No. 



00018 



DATE: 12/9/99 

JOB: 99006 

ISSUE No.: 00286 
CONTRACT No.: 9906-08800 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please review PR #79; Security Screen, for possible change in cost to your contract. You must notify Pence/Kelly 
within 2 days and submit cost within 10 days. 

Cost Impact: 
Time Impact: 



Please check box if no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Gremmels By: 

Date: I ^ - - ^ 



Pro Management Systems, Inc. 



All responses reauire sianature 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: PR #61; Spot cooling for AV Room 



COR No. 



00182 



DATE: 12/20/99 
JOB: 99006 
ISSUE: 00240 



1 . Contract time being extended 
^J^&^f&a\endav days. 

2. Acceptance of COR prior to our 
deadline date of < 1/13/00 ) 



For work described below, we offer the following quotation. 



Provide spot cooling for Audio Visual Room 1253 per PR #61 . 

Exception: Room temperature will be provided by the EMS sensor for TU-1-8. 



Total Cost: 



$9,472 





Construction, Inc. -t)ave Hays 




Salem dfreaJTransit - John Wittington 

Date: ' /~Z J Q*> 



Reviewed By: 




Date: 



Billy Wasson 



Pro Management Systems, Inc. 
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01/11/00 15:53 FAX 503 364 2276 



ORE CASCADE INC. 



12 001 



OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 

MECHANICAL CONTRACTORS 



1728 - 22ND ST. S,E. 

P.O. BOX 12127 

SALEM, OREGON 97309 



CCB 127 

PHONE (503) 588-0355 
FAX (503) 364-2276 



January 11, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order # 25 Revised 
PCC #31 

Attn: John Gremmels 

Below please find revised cost breakdown for labor and material to provide spot cooling for the AV Room 
per PCC #31. 

Note: Room temperature will be provide in the EMS by the sensor for TU-1-8 and per verbal direction 
unit status will not be provide in the EMS to reduce cost 



Description 



Hrs $/hr 



Totals 



OCPH: 



Labor: 



Foreman 
Labor 

Deliv. & Recv. 



4.25 $52 
21.50 $49 
1.25 $23 



Material: 



$ 
$ 
$ 
$ 



22100 
1,054.00 
29.00 
5,008.00 



OTHER: 



SUBS: 



HVAC Sub. (previously submitted) 
Insulation Sub. 



$ 
$ 



276.00 
500.00 



10% Profit and OH 



If you have any questions please call. 



Sincerely, 



Total Add: $ 



Richard L. Vogt 
Project Manager 



cc: File 9907 
Job Site 



709.00 
7,797.00 



Received: 1/11 /OO 2 : 53PM; 503 364 2270 - > PENCE KELLY; Page 2 

01/11/00 15:53 FAX 503 364 2276 ORE CASCADE INC. 



Courthouse Square 9907 

OCPH CO. #25 Revised 
MATERIAL TAKE-OFF/LABOR ESTIMATE 



QUANTITY 


UNIT 


DESCRIPTION 


LABOR HOURS 
UNIT TOTAL 


1 


EA. 


LIBERT CRU-2 I 




8.00 


70 


FT. 


TYPE M COPPER PIPE 


0.04 


2.80 


3 


EA. 


3/4" COPPER TEE 


0.63 


1.89 


8 


EA. 


3/4" COPPER 90 DEG. 


0.42 


3.36 


2 


EA. 


3/4" COPPER FEMALE ADAPTOR 


0.42 


0.84 


2 


EA. 


3/4" X 18" HOLDRITE 


0.25 


0.50 


6 


EA. 


3/4" HANGER ASSEMBLIES 


0.50 


3.00 


1 


EA. 


4" X 6" CORE DRILL 


1.00 


1.00 


1 


LOT 


INTERTIE BETWEEN INDOOR CRU 
AND OUTDOOR CRT 


0.00 


0.00 













































































































































































































































































































































Total Man Hours: 21.39 



Total Material Cost: $ 5,007 72 



NOTE: LABOR CALCULATIONS ARE COMPUTED USING THE "NATIONAL LABOR CALCULATOR" METHODS 

Page 1 




ALBANY REGIONAL OFFICE 



ELECTRICAL 

CONSTRUCTION CO. 

December 17, 1999 



John Gremmeis, Project Engineer 
Pence / Kelly Construction, Inc. 

P.O. Box 4 109 

Salem, OR 97302-8109 

RE: Courthouse Square PR-61 

EC Change Request # 62759-041 - 

Dear John, 

We are pleased to provide our quotation for the above referenced additional work. Our price is limited to 
electrical work specifically called for in the Architect's/Engineer's instructions. 



The scope of the additional work to be performed consists of the addition of electrical circuit wiring and 
connections for the added CRU-2 cooling unit and condenser. 

Conditions of this proposal are as follows: 

• Pricing is based on normal working hours. 

• Electrical and mechanical control systems are by others. 

• This proposal is valid for 30 calendar days following the date of this letter. 

We trust this meets with your approval and await your response. If you have any questions or require any 
additional information please contact me. 



Our price for this additional work is 
Additional Contract time required 



$ 1217.00 
....0 Days 



Sincerely, 




Craig Davis 
Project Manager 



ECCRtf 12345-01 



32758 Old Hwy. 34 S.E. • RO. Box 925 • Albany, Oregon 97321 • Telephone (541) 926-4266 • (800) 598-4266 • Fax (541) 926-4268 

www.e-c-company.com • OR CCB# 49737 




CHANGE ORDER ANALYSIS 

Summary Sheet 

Spot cooling @ A/V Rm 1253 DATE: 10/29/99 



COMPANY 

CO# 41 EC Proposal # : 62759-041 



Owner's Ref. #: PR-61 

A. TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15; $ 1,217.00 

B. Scope to be performed: 

1. See attached documents 

C. Cost Summary: 

1. Total Material Cost (see back-up) $ 359.00 

2. Total Burdened Labor Cost (see back-up) 747.00 

3. Subcontractors Cost (see back-up) 0.00 

4. Equipment Cost (see back-up) 0.00 

5. Other Miscellaneous Costs (see back-up) 0.00 

6. Small Tool allow % of item 2 

7. Record Drawings and Submittals 

8. Warranty Work 0.00 % of direct expenses 

9. Overhead 10 % 110.60 

10. PROFIT at % 

11. B&OTax % WAonly 

12. Sales Tax 0.00 % 

13. Bond 0.Q0 % 0.00 
TOTAL PRICE THIS CHANGE ORDER $ 1,216.60 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 

Craig Davis PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



Date: 10/29/1999 



CO# 41 



(X)Field ( )Shop 



DIRECT LABOR WAGE 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



16.00 
1.60 



EC Proposal # : 62759-041 



Owner's Ref. #: PR-61 



Rate 



42.12 
45.56 
49.00 



Cost 



673.92 
72.90 
0.00 
746.82 



PAYROLL TAXES 
Electrician (see back-up) 
Field Foreman 
General Foreman 

Subtotal Payroll Taxes/Benefits 



16.00 
1.60 



0.00 
0.00 
0.00 



0.00 
0.00 



BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



16.00 
1.60 



0.00 
0.00 
0.00 



0.00 
0.00 



Project Manager 



Subtotal Labor Cost $ 746.82 

Subsistence, Per Diem, and Parking 

LABOR TOTAL 17.60 $ 746.82 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



EC Proposal # 
Owner's Ref. #: 



62759-041 



CO# 41 



PR-61 



Material 



#of 
Units 



Unit 
Cost 
Each 
359.00 



Cost 



Material (see back-up) 



1.00 



359.00 



2. 

3. ■ 

4. 

5. 

6. 

7. 

8. 

9. 

10. 

11. 

12. 

13. Freight 

14. Waste and Spoilage 

Subtotal Material Cost $ 359.00 

Sales and other Taxes 

Shipping, Storage, Distribution @ % 



Restocking 



TOTAL COST OF MATERIALS 



$ 



359.00 



JOB:19063 Mat=Std Lab-Stdl 
COURTHOUSE SQUARE 



08-06-99 



Electrical Construction Co. 
BID TAKE-OFF DETAILS 
12-17-99 15:08 Pg : 1 



PENCE / KELLY CONST 



PART NUMBER 


DESCRI PTION 


COUNT 




UNIT 


EXTENDED 




UNIT 


HOURS 


BID ITEM 


SYSTEM 










ESTIMATOR 










fcLLK- U4 1 


PR- 61 1. 










CRAIG 










uniuu229 UU 


ffl2 THHN CU STR 


450 


101 


. 040 


M 


45 .46 


6 


. 000 


M 


2 . 70 


12 001002001 


1 /2 " EMT CONDUIT 


100 


38 


.850 


C 


38 . 35 


4 


. 500 


C 


4 .50 


13005002202 


1/2" ALUMINUM GREENFIELD 


6 


36 


.560 


C 


2 . 19 


3 


.600 


C 


.21 


14005002321 


1/2" SEALTITE TYPE LT 


6 


160 


. 000 


C 


9.60 


6 


. 000 


C 


. 35 


23007013521 


1/2" EMT CONN SS STL INS 


6 


72 


.450 


C 


4 .34 


8 


. 000 


C 


.43 


23007013561 


1/2" EMT COUP SS STL 


15 


72 


.450 


C 


10.86 










2400RC02102 


1/2" FLEX CONN STR MALL 


2 


168 


.210 


c 


3 .36 


12 


.000 


c 


.24 


24107014682 


1/2" SEALTITE STR CONN 


2 


264. 


.300 


c 


5.28 


12, 


.000 


c 


.24 


2710RC00192 


4" SQ BOX 1-1/2"D l/2"&3/4" KO 


3 


184 . 


.570 


c 


5.53 


30. 


.000 


c 


.90 


2710RC00752 


4IN SQ FLAT BLANK COVER 752 


3 


68, 


.570 


c 


2.05 


8, 


.000 


c 


.24 


2800UN10021 


CHNL 1-5/8X1-5/8 P1000/PG/GAL 


10 


334 . 


,800 


c 


33.48 


7 , 


.000 


c 


.70 


2800UN11110 


1/2" UNI STRUT STRAPS 


12 


85. 


,700 


c 


10.28 


3 . 


.000 


c 


.36 


3100IT12217 


NMA1 SW 3PSN 30A 240V SN-321 


1 


80. 


500 


E 


80.50 


2. 


500 


E 


2.50 


3200IT10241 


BOLT-IN BRKR 20A 2P BQ2B020 


1 


30. 


,000 


E 


30.00 




.520 


E 


.52 


4100SQ55395 


2P MN TOG STRTR NMA12510-FG-2 


2 


38. 


,760 


E 


77.52 


1. 


.100 


E 


2.20 



Total: 



359.35 



16 . 15 



Grand Totals : 



359.00 



16 . 16 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Git! 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Tim Terrich drawing of 12/8/99 



COR No. 



00189 



DATE: 1/5/00 
JOB: 99006 
ISSUE: 00285 



1 . Contract time being extended 
( O ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 1/12/00 ) 



For work described below, we offer the following quotation. 



Provide additional rebar at elevator walls at roof per Tim Terrich drawing of 12/8/99 



Total Cost: 



$788 




Pro Management Systems, Inc. 
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12-31-1999 8:51AM 



SBSESBBBSBl 

FROM C/J REBAR. 15033530249 



P. 1 



//// 



30S72 South uppw H&tlfcrtd Ro»d 
Bwwtr^, O«*oon &7004 



(C & J Rebar, Inc.) SS^S^S 40 

S ^ " **"* , ^"" , 



WATS 1 -800. 899*2330 

Reinforcing Iron Installation 



DATE 12/31/99 

PROJECT MODIFICATION 



JOB: Courthouse Square - 
CONTRACTOR: Pence/Kelly Construction, Inc. 
ATTN: Dave Hays 
FAX: (503) 364-5382 



EXPLANATION OF CHANGE: PCCU 00089 J*RtH1 ^jS^O^ l-S^T 

Roof Walls at the Elevator have been revised per Century West sketches issued 12-6-99 



ADDED REBAR: 855# 
ADDED DETAILING: 3hrs 

AMOUNT: $308.00 

AMOUNT: $373.80 

AMOUNT: $68.18 

TOTAL: $749.98 



FABRICATOR C/Ofc 398 

C&J REBAR LABOR: 7hrs @ $53.40/hr 

MARK-UP: 




12/08/1999 11:23 



5936249770 



FCE TIGARD^ 



Century West 

ENGINEERING COAPOXATfON 
LEADING THROUGH EFFECTIVE SOLUTIONS 

FAX TRANSMITTAL 



PAGE 01 




Fax #: 503-581-3655 
Fax #: 503-364-5382 



Date: December 8> 1999 

# Of Pages: 3 (hwhidmi Covw Fife) 

Original will follow: No 

To: Leonard Lodder, Arbuclde Costic 

Steve Schaad^P^C^^^ 
From: Tim Terich ' 

Project #: 40903.001 .04- 7000 

Subject: Courthouse Square 

Comments: 

Attached are sketches for additional reinforcing in the elevator beams/walls at the roof. The 
reinforcing is to transfer elevator beam reactions to support locations. 



C:\TIM\CT2\CT2PAXDOC 



825 NE Multnomah, Suite 425 Portland, OR 97232 
Phone:(503)231-6078 Fax: (503)231-8482 



Deceived: 12/ 8/99 11:18AM; 

12/08/1999 11:23 5036249770 

r CENTURY West 

ENGINEERING CORPORATION 



5036249770 - >■ PENCE KELLY; Page 2 

FCE TIGARD 



PAGE 02 




PROJECT NAME 
PROJECT NO. _ 



SUBJECT T^CF g^, gg>M<, 



CALCULATED BY 

CHECKED BY 

SHEET NO. 



DATE fr/t/ll 
DATE 



OF. 



si 



2 




6> 




*4 \t0&TQ\<£ 



T. 



6> 



A/.7TS 



12/88/1999 11:41 



5036249770 



FCE T1GARD 



fc^ EcENTURY West 

ENGINEERING CORPORATION 



PROJECT NAME _. 

PROJECT NO. 

SUBJECT 



CALCULATED BY 



_ CHECKED BY 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: RFI 351 ; Support for framework 



COR No. 



00190 



DATE: 1/5/00 
JOB: 99006 
ISSUE: 00230 



1 . Contract time being extended 
( t> ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 1/12/00 ) 



For work described below, we offer the following quotation. 



Provide Support for framework @ Airshaft per RFI 351 & 305 



Total Cost: 



$2,047 





Accepted By: 



Date: 



Construction, Inc. - John Gremmels 



Reviewed By: 



Accepted By : PLv)\,VQljft 

Salern A/ei Transit - John Wittifigton 



Melvin^h . . . _ . 

Date: l/(e/*» 



Accepted 



oaicnin/cd i idiiaii - uunn vv 

Date: ^2-/lQ loO 




Marion Count f - Billy Wasson 



Date: 



Pro Management Systems, Inc. 
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,03^530249 



PENCE: KELLY; 



A 2-3 1 - 1 999 9 : 1 QAM FROM C/ J REBAR. 1 5033530249 



P. 1 



, //// s 

(C & J Rebar, Inc.) 

//77 — 



20572 Sootti Upper HigNutf Road 
DMMercrMk, Qr*9on 97004 
Phon* (503) 632-3740 
F«x (503? 632-378A 
WATS 1 '900-89&-2330 



Rcinforcfog. Iron Imualteikm 



PROJECT MODIFICATION 



DATE: 



12/31/99 



JOB: Courthouse Square 
CONTRACTOR: Pence/Kelly Construction, Inc. 
ATTN: Dave Hays 
FAX: (503) 364-5382 



EXPLANATION OF CHANGE: PCCU 00082 RFI # 351 

Column and wall added from the ground floor slab to support an Arcade Beam 



ADDED REBAR: 762# 
ADDED DETAILING: 2hrs 



FABRICATOR C/0#: 41 B 

C&J REBAR LABOR: 5 hrs © $53.40/hr 

MARK-UP: 



AMOUNT: $24700 

AMOUNT: $26700 

AMOUNT: $51.40 

TOTAL: $565.40 



Signature 



Received: 7/27/98 9:07; 35S>0249 -> PENCE KELLY; Page A 

7-27-1999 8:03AM FROM C/J REBAR 3530249 



//// . 
(C & J Rebar, Inc.) 






Rtiinftwcfttg Iron Intftajfiuioa 



SOOT South Uppsr H(ONind Rows 
BttMMorBvk. Oregon 
Phm$04C3£4740 
Fjk £03)632-3768 



P. 4 



PROJECT MODIFICATION 



DATE: 



7/26/99 



JOB: Courthouse Square 
CONTRACTOR: Pence/Kelly Construction, I no, 
ATTN: Dave Hays 
PAX: (503) 364-5382 



EXPLANATION OF CHANGE: Column Extensions 
Add Column Type C-22 at Grid 3A/N1 
Delete Column C-21 previously shipped 



ADDED REBAR: 498# 
ADDED DETAILING: LShrs 



FABRICATOR C/0#: 36 

C&J REBAR LABOR: 3hrs % $53.40/hr 

MARK-UP: 



AMOUNT: $169.56 

AMOUNT: $160.20 

AMOUNT: $32.98 

TOTAL: $362.74 



cyi AO fZRr^ 

lbs 



Signature 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 393-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Provide Column type C-16 



COR No. 



00192 



DATE: 1/12/00 
JOB: 99006 
ISSUE: 00207 



1 . Contj#fct time being extended 
( fe5 ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 1/19/00 ) 



For work described below, we offer the following quotation. 



Provide Column type C-16 and shearhead @ 3C per RFI 332 



Total Cost: 



$1,612 






ccepted By: 



Penci 



Date: 
Accepted By: 



John Gremrnels 



Reviewed By: 



ronstmction, Im 

\huoo 

A _ 



Melvin Mark Companies - Craig Lewis 

Date: -lJuI°~ 



Salenh Area Transit - John Wtttington 

Date: J ^ f%H 1 00 



Accepted By 



Date: 




Marion County - Billywasson 



Pro Management Systems, Inc. 
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p. 1 



12-31-1999 9:37AM 



FROM C/J REBAR. 15033530249 




20572 SouttiUpp+r Highland 
BMWCTMk. OtoQon 97004 
Phon* (50$ 632-5740 
Fax (503) 632-3788 
WATS 1-80040*2330 



DATE: 



12/31/99 



PROJECT MODIFICATION 



JOB: Courthouse Square 
CONTRACTOR: Pence/Kelly Construction, Inc. 
ATTN: Dave Hays 
FAX: (503) 364-5382 



EXPLANATION OF CHANGE: PCC* 0007$ RFI# 332 
Added Column Type C/3 and Shearhead. 



ADDED REBAR: 1554# 
ADDED DETAILING: 2hrs 



FABRICATOR C/0#: 44B AMOUNT: $421 .00 

C&J REBAR LABOR: 13hrs@$53.40/hr AMOUNT: $694.20 

MARK-UP: AMOUNT: $111 .52 



TOTAL: $1,226.72 




Sent By: PENCE KELLY; KfliqR ,, 
To:Vbuckle Costic At: 581 3655 

Sent By: CCNTURYWESTENQINEERINQ; 



Sep-20-99 9:38; 



Page 1 



503 364 5382 ; 
OO320toeeA -> PENCE KELLY; Paoe 3 

50 ^**a*^.._ aamift^aS- .&U§£Mi ^ii.^. 



5tt 




QuMtfon 



Posjt-if Fax Note 7671 








Co,/Depl, V 




Phone* 


Prions # 


Fax# 


Fax* 



ItoquM* for Information 



TO: LeadftrtUdd* 

303 ptat* Street S.E. 
SafefaOR 97301.3533 

Frajaefc ciBurfhoiMvdqtMrv 

detafl for Column at 8 - C 
and return by no 



00992 



BATE: #1 7/09 
JO»f 95000 
ISSUE No.: 



pjrovkfe data** ter tha ookimn at 3 - C. Q tofftHXid tovel. 




Upon ractffrto 1 Into RR yew mmp^Pm}iMn^vmn7^,f^^iM^\i»»mi^<^Q9. or 



CO: 





PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (603) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: 
COR Title: 



Courthouse Square 
Grease Duct 



COR No. 



00195 



DATE: 1/26/00 
JOB: 99006 
ISSUE: 00299 



Contract time being extended 
J^0"7 Calendar days. 

Acceptance of COR prior to our 
deadlineldate of { 1/28/00 ) 



For work described below, we offer the following quotation. 



Provide NO-CHASE series 4G grease duct system to meet duct chase code requirement. 



Total Cost: 



$2,887 







ccepted By: 



Pence/Kelly 



Date: 
Accepted By: 



Salem AreafTransit - John Wittington 

Date: { J 2^/%^ /oiP 



Reviewed By: 6£?^ /yj^7^^^ 

M^in'Mark 0orfipanfes*^raig Lewis 

Date: ^ h^/od 
Accepted By: 




Marion County - Billy Wasson 

Date: * Z^Ja^f j <St> 



Pro Management Systems, Inc. 



01/25/00 12:16 FAX 503 36 4 2276 



ORE CA S CADE IN C. 



a ooi 




OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 

MECHANICAL CONTRACTORS 



1728 - 22ND ST. S.E. 
RO, BOX 12127 
SALEM. OREGON 97309 



CCB127 

PHONE (503) 588-0355 
FAX (503) 364-2276 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order* 28 
Grease Duct 



January 26, 2000 



Attn: John Gremmeis 

Below please find cost breakdown for labor and material to provide a 20" dia. Grease Duct per our "Job 
Site" meeting. 



OCPH: 



Labor. 



Material: 



Description 



Foreman 
Labor 

Deliv, & Recv. 



Hrs $/hr 



0.00 $52 S 
0.00 $49 $ 
0.00 $23 $ 
$ 



Totals 



□ 



OTHER: 



SUBS; 



HVAC sub. (see attached) 



2,887.00 




If you have any questions please call. 



Sincerely, 



Total Add: $ 




Project Manager 



PUIMIWQ-KNWU'COOlMCCOMIWCrOtS 



cc: File 9907 
Job Site 



2,887.00 



Received: 1/25/00 11:17AM; 503 364 2276 -> PENCE KELLY; p* O0 2 

01/25 / 00 12: 16 FAX 503 364 227 6 ORE CASCADE J.NC . 12)002 



Brainard SheetMetal Inc. Native American Contractor 

ii i iiuniitinM ni.nnfiminiiiiim nmiumMin nnmngi 

Heating. Ventilation & Air Conditioning 732 She|(ey Street 

Springfield, Oregon 97477 
541-726-8931 Fax 747-2893 



January 18, 2000 

Oregon Cascade 
PO Box 12127 
Salem, OR 97309 

Attention; Dick Vogt 

Reference: Courthouse Square Transit Mall 
Grease Duct 



Dick; 

The following is the submittal for review on the grease duct we propose to 
change to. 

This grease duct requires no chase or exterior wrap. It is also the duct the 
engineer suggested we use. 

The net add for the material is: $2,307.00 

The net add for the labor is; $ 580.00 

The supplier is ready to meet with the engineer and the county to expedite 

approval. Thank you. 



Warren Brainard - President 
Brainard SheetMetal, Inc. 



GENUINE ••«» 
I^H EXHL" F AB " (;tf/KELLY cons 1 ;1( ^ « — 

QUALITY 




NO-CHASE™ 

SERIES 4G 
GREASE DUCT SYSTEMS 



JAN 19 '00 11I17RM BEN2QIR ENGR 



p. 1/1 



Benz Air Engineering 

3822 SW Corbett Ave, 
Portland, OR 97201 
Ph 503 228 7296 
Fx 503 228 7351 



1. f^OoO 

FACSIMILE COVER SHEET 
9 9 - a 5 noO-14 

l't:NCJc/l\tLLY UUino i nuC ) IUN 



SEND TO: 


Uoyd Nelson 


Company N«m«: 


City of Salem 








Tota/ including covtri/xtf; 



[]] p/w* Coznmwif Q P/m*« Kovfcw Q for your information 



COMMENTS: 



Uoyd, 

Per our discussion, a copy of the submittal for the Salem Courthouse Square is enclosed. 

It is a copy of my drawing, with some marlcs on It where the mechanical shaft is. 

Note that at the time of this drawing, I was under the mistaken assumption that velocity should be 
2500 FPM minimum, This has been corrected, and the actual installation will be 20" 
diameter. Revised drawings are in process. 

If you have questions / concerns on this, please let either myself or Oliver Raab at Interface 
in Saiem ( ph 384 5354) know, and we will address them. 



Thanksl 






PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Provide photocells per PR #55 



COR No. 



00197 



DATE: 1/26/00 
JOB: 99006 
ISSUE: 00234 



1. Contrac 



Contract time being extended 
Calendar days. 



Acceptance of COR prior to our 
deadline date of ( 2/2/00 ) 



For work described below, we offer the following quotation. 



Provide photocells per PR #55 



Total Cost: 



$9,413 



^ ^Accepted By: 
Date: 
Accepted By: 





Reviewed By: 



Pence/ 



John Gremmels 

ZAjOO 



Salem 



Date: 



pansit - John Wittington 



Marion County - Billy Wasson 



Date: 



Pro Management Systems. Inc. 
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CHANGE ORDER ANALYSIS 

Summary Sheet 

Daylight Control DATK: 10/29/99 



COMPANY 

CO# 45 



A. TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15; 

B. Scope to be performed: 

I . See attached documents 



C Cost Summary: 



1. 


Total Material Cost (see back-up) 


$ 


2,542.00 


2. 


Total Burdened Labor Cost (see back-up) 




5,601.00 


3. 


Subcontractors Cost (see back-up) 




0.00 


4. 


Equipment Cost (see back-up) 




0.00 


5. 


Other Miscellaneous Costs (see back-up) 




0.00 


6. 


Small Tool allow % of item 2 






7. 


Record Drawings and Submittals 






8. 


Warrant}' Work 0.00 % of direct expenses 






9. 


Overhead 10 % 




814.30 


10. 


PROFIT at % 






11. 


B&O Tax % WA only 






12. 


Sales Tax 0.00 % 






13. 


Bond 0.00 % 




0.00 




TOTAL PRICE THIS CHANGE ORDER 


$ 


8,957.30 




EC Proposal # : 62759-045 
Owner's Ref. #: PR-55 



$ 8,957.00 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those ciearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 

Craig Davis PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



Date: 10/29/1999 



CO# 45 



(X)Ficld ( )Shop 



DIRECT LABOR WAGE 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



EC Proposal U : 62759-045 



Owner's Rcf. M: PR-55 



Rate 



120.00 
12.00 



42.12 
45.56 
49.00 



Cost 



5,054.40 
546.72 

0.00 
5.601.12 



PAYROLL TAXES 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



120.00 
12.00 



0.00 
0.00 
0.00 



0.00 
0.00 



BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 

Project Manager 



120.00 
12.00 



0.00 
0.00 
0.00 



0.00 
0.00 



Subtotal Labor Cost 

Subsistence, Per Diem, and Parking 



$ 5,601.12 



LABOR TOTAL 



132.00 



$ 5,601.12 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 45 



EC Proposal # 
Owner's Ref. #: 



62759-045 



PR-55 



Material 



#of 
Units 



Unit 
Cost 
Each 
2,542.00 



Cost 



1. 



Material (see back-up) 



1.00 



2,542.00 



2. 

3. 

4. 

5. 

6. Z!Z^^^^ 

7. 

8. 

9. 

10. 

11. 

12. 

13. Freight 

14. Waste and Spoilage 

Subtotal Material Cost $ 2,542.00 

Sales and other Taxes 

Shipping, Storage, Distribution @ % 



Restocking 



TOTAL COST OF MATERIALS 



$ 



2,542.00 



JOB; 13063 Mat-Std Lab-Stdl 
COURTHOUSE SQUARE 0% 06 -y 'J 



Electrical Construction '*o . 
BID TAKE -OFF DETAILS 
1 - 2 f9 - r j 8 ; 1 L P-j : L 



PENCE / KELLY CONST 



PART NUMBER DESCRIPTION 



COUNT 



MATERIAL 

UNIT EXTENDED 



LABOR - 

UNIT HO*" 



BID ITEM SYSTEM 

ECCR-045 PR-55 DAYLIGHT ~TL 

*** Breakout Multipliers: Count = ; Material Cost 



. 00 ; 



Labor Hours = 



ESTIMATOR 
CRAIG 
. 00 



3591 


LS-100 LIGHTSAVER CONTROLLERS 


25 


58 


. 500 


V 


1, 462 


. 50 


1 , 


. 000 


E 


25 


3592 


LIGHTS AVER POWER PAKS 


25 


21 


. 750 


E 


543 


. 75 


1 . 


. 000 


E 


25 


02800040088 


22/1PR UNSHLD C3L 


. 1,200 




. 054 


E 


64 


. 80 




. 010 


E 


12 


2710RC00192 


4" SQ BOX 1-1/2"D l/2"&3/4" KC 


50 


184 


.570 


C 


92 


. 28 


30 , 


. 000 


C 


15 


2710RC00756 


4 IN SQ TO RND P-RING 1/2 767 


25 


110. 


.860 


C 


27 


.71 


15 . 


. 000 


C 


3 


2710RC00922 


24 CEIL BOX BAR HANGER HBB24 


25 


258 . 


. 820 


c 


64 


. 70 


20 . 


. 000 


c 


5 . 


3600CI22280 


SCR COV BOX W/KO GRY 8X8X4SC 


25 


10 . 


.650 


E 


266 


. 25 


1 . 


.200 


E 


30 . 


6420ID30073 


WIRENUT ORANGE IDEAL 


100 


53 . 


. 000 


M 


5 


. 30 


20 . 


. 000 


M 


2 . 


64303M06132 


33+ 3/4 X 66 FT PLST ELECT TAPE 


2 


3 , 


. 530 


E 


7 . 


. 06 




. 500 


E 


1 . 


6530TB80502 


TYRAP . 91X 3-1/2" TY523M 


100 


7 . 


. 680 


c 


7 . 


. 68 


1, 


500 


c 


1 . 


Total 












2, 542 . 


, 04 








120 . 



Grand Totals : 



2, 542 .00 



12C . 2 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



r 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: VE-Leave Ducts in garage unpainted 



COR No. 



00199 



DATE: 1/28/00 
JOB: 99006 
ISSUE: 00294 



1 . Contract time being extended 
( Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 2/4/00 ) 



For work described below, we offer the following quotation. 



VE to Leave Ducts in the basement unpainted to match the rest of the unpainted basement. 
Total Savings: $2,300; Owner's share $ 1,380. 



Total Cost: 




Pro Management Systems, Inc. 



JAN-24-00 HON 02:24 PH PENCE KELLY 

01/24/2080 14:16 5036312790 



FAX NO. 503 585 7477 

NW INDUSTRIAL COATIN 



P. 

PAGE 01 



FAX 



I Date 1-24-00 

\ Number of papas fnofadnp oovw tfnet 1 



TO: 



Dave Hays 
Ponce/Kelly 



Phono 503-399-7223 
Fax Phone 603-5B5-7477 



FROM: Northwest Industrial 
Coatings, inc. 

PO Box 1570 

Oregon City, OR 97045 

Richard Muhlhauser 

Phono (503) 631-8254 
Fax Phono (603) 631-2790 



CC: 

REMARKS: □ Urgent £3 For your review □ Reply ASAP □ Phasm Comment 

RE: PCC13 DEDUCT $2,300 



MATERIAL: $ 437 

EQUIPMENT: $ 164 

OH&P: $ 230 

LABOR: $1,449 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Value Engineering Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

VER Title: VE-Leave Ducts in garage unpainted 



VER No. 



00019 



DATE: 1/26/00 
JOB: 99006 
ISSUE: 00289 



1 . Contract time being extended 
( Calendar days. 

2. Acceptance of VER prior to our 
deadline date of ( 1/10/00 ) 



For work described below, we offer the following value engineering proposal. 



Leave Ducts in the basement unpainted to match the rest of the unpainted basement. Owner's share would be $ 
1,380. 



Total Value: 



$2,300 




Pro Management Systems, Inc. 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: PR 67; Changes for Transit Waiting 



COR No. 



00200 



DATE: 1/31/00 
JOB: 99006 
ISSUE: 00253 



1 . Contract time being extended 
(sW) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of < 2/7/00 ) 



For work described below, we offer the following quotation. 



Provide Finish Changes for Transit Waiting 11 75, Lo bby 120 0, 1240 and Corridor 1 131 . The change to the 
Terrazzo is not included in this price. — * 



Total Cost: 



$1,720 






Accepted By: 



Pei 



Date: 
Accepted By: 



Construction, Inc. - John Gremmels 

*>fti loo 



Reviewed By: 



Melvl 



ipanies - Craig Lewis 




Date: 



Salem ^rea Transit - John Wittington 

Date: *3>/>*4 I OO 



Accepted 





Marion County I Bnly Wasson 

Date: * ^A^rl 



Pro Management Systems, Inc. 
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FAX 



Date 1-31-00 



Number of pages Including cover shod 1 



TO: 



John Grernmels 



PROM: 



Northwest Industrial 
Coatings, Inc. 

PO Box 1570 

Oregon City, OR 97045 



Pence/Kelly 



Richard Muhlhauser 



Phone 503-399-7223 
Fax Phone 503-585-7477 



Phone 



(503) 631-8254 
(503) 631-2790 



Fax Phone 



CC: 



REMARKS: □ Urgent E For your review □ Reply ASAP □ Please Comment 

Re: Cost impact for PCC #00005 ADD $350 
Material: $ 67 
Equipment: $ 28 
OH & P: $ 35 
Labor: $220 




PENCE/KL.LY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 398-7223 * <~ v - C 3> i £ 
Portland (003) Z2A-8881 Fax (503) 586-7477 

CCB# 63436 



Potential Change or Clarification 



TO: Karl Telschow 

Kriegsco Mfg. Inc. 
P.O. Box445 
Hubbard, OR 97302 

Project: Courthouse Square 

PCC Title: PR # 67; Transit Waiting Room Floor 

Respond By: 11/12/99 



PCC No. 



00003 



DATE: 11/4/99 

JOB: 99006 

ISSUE No.: 00253 
CONTRACT No.: 9906-06400-1 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please review PR # 67; Transit Waiting Room Floor, for possible change in cost to your contract You must notify 
Pence/Kelly within 2 days and submit cost within 10 days. 

Cost Impact: / Z'5'S,oc> 



Time Impact: 



Please check box if no time AND cost impact: □ 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Gremmels 



By: j^W -^jtL&fJi 
ll//o/<* 1 



Date 



Pro Management Systvma, Inc. 

£&G 'ON 



All responses require signature 



G eBed 



IA1-I3>i 33N3d <- QeCS 286 EOS - WdE I - 66/63 / U * peAjaooH 




P. CK toon 

3'*3S) Third St real 
Hubbard, Ore yon =r/«43£ 
l-'li o r te : I 5fl3 ) r JtU -'Jttb 2 
Tan; (300? 6 f J'i-2JLG(L 



TUs 

CUHPnNV : 
FMX NO. 



J±ll±lS?. 

..^4^r „ 



FUUH: 
PROJECT: 



THIS THONEWXTTML CONTAINS t ^JL PflBEIj, INCLUDING THIS CGVEH SHEET, 
IF ANY PttBES «RE WISClWt; UH UNHEPIUMIjLE, CALL 30i-y<afl3 IMMEDIATELY. 



ITEM SENT: A* >7 



IMUTES : 



T0d "ON 



28£9 W£ £0S <- ONI 9JW 0DS93IHX T2:AT 66/63/TT 



i ) 



P. O. BOX 

hubband, or *?aae 



PHONE: (503) 981-9083 FAX: (360) 694-2166 



PRICING REQUEST RESPONSE 


DATE; 


November 10, 1999 


TO: 


John Gremwiel s 


COMPANY : 


Pence/Kel lv Construction 


FROM: 


Karl 


PROJECT: 


Courthouse Square 


PR # 67; 




Item 


#5- ADD CHAIR RAIL © TRANSIT WAITING ROOM 1175 


TOTAL COST 


FOR THE ABOVE, F. 0- B- JOBSITE: $355.00 


EXCLUSIONS 


: ^* Painting & Finishing # Fire Treatment 
* Backing & Blocking in Walls * Installation 




AUTHORIZATION TO PROCEED 


Signature: 


Date: 


^^(Written 


Authorization To Proceed Required For Work To Begin,) 



Zm GL9 'ON 



S8££ *9£ £0S *- DNI 3JW 0DS93ia>i IE -IT 66/6S/IT 

^ ©Bed ? 33N3d <- 296 COQ *»ai_i^.-^ 




NOV-09-99 TUE 08:14 AH PP ~ KELLY 

FROM : FAX NO 

PENCE/KELLY 

CONSTRUCTION, INC. 

27AT P«no« L<w>p M. Sil4m,OK97S02 (Ktt)l9*J?23 
Pott] wxl CMS) Z2±-S6B1 F*x(TO)ee6-7477 

ccs # ewe 



FAX NO. 50' "85 7477 P. 01 

: 5035897368 Nov. 0B 1999 37 :06PM PI 




Potential Change or Clarification 



TO: Bob Rochefort 

Salem Tile & Decorative Surfaces 
3515 Fairview Industrial Dr. 
Salem, OR 97302 

Project: Courthouse Square 

PCC Titlo: PR # 67; Transit Waiting Room Floor 

RttpondBy: 11/12/99 



00003 



PCC No. 

OATE: 11/4/99 
JOB: 99006 
ISSUE No.: 00253 
CONTRACT NTo.f 9906-09300 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please review PR # 67; Transit Waiting Room Floor, far possible change In cost to your contract. You must notify 
Pene*/Kelly within 2 days and submit cost within 10 days. 



Cost Impact: 
Tim* Impact: 



Please check box if no time AND cost Impact: □ 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By; John Qremmels 




Pro Manasarrwtf Sr*Un*. Irw. 



AH responses require signature 



CHANGE ORDER 



PROJECT: Courthouse Square CHANGE ORDER NUMBER: 

(name, address) 555 Court Street NE 

Salem, Oregon 97301 INITIATION DATE: 




20 

February 24, 2000 




ARCHITECT'S PROJECT NO.: 




9828 


TO: Pence/Kelly Construction, Inc. CONTRACT FOR: 
(contractor) 2747 Pence Loop SE, P.O. Box 4109 

Salem, Oregon 97302-8109 CONTRACT DATE: 




General Construction 
February 17, 1999 


You are directed to make the following changes in this Contract: 








1. 


Provide additional rebar at ground floor per RFI 314, 
as per C.O.R. # 106r. 


Add 


a* 
$ 


477.00 


2. 


Provide modification and notching to Ductwork at Canopy Braces per RFI 338, 
as per C.O.R. # 138. 


Add 


$ 


1,027.00 


3. 


Provide set aside space for future Security Desk per Proposal Request 69, 
as per C.O.R. # 165. 


Add 


$ 


2,941.00 


4. 


Provide Paging System per Proposal Request 47, w/ 346 speakers zoned in 
accordance with layout provided by Bob McCune dated 9/9/99, as per C.O.R. # 172. 


Add 


$ 


49,975.00 


5. 


Provide Security Screen at Waiting Room 3237 per Proposal Request 79, 
as per C.O.R. # 174. 


Add 


$ 


1,542.00 


6. 


Provide spot cooling for Audio Visual Room 1253 per Proposal Request 61, 
as per C.O.R. # 182. 


Add 


$ 


9,472.00 


7. 


Provide additional rebar at elevator walls at roof per Tim Terich drawing of 12/8/99, 
as per C.O.R. # 189. 


Add 




788.00 


8. 


Provide support for framework @ Airshaft per RFI 351 and 305, 
as per C.O.R. # 190 


Add 


$ 


2,047.00 


9. 


Provide Column type C-16 and shear head @ grid 3C per RFI 332, 
as per C.O.R. # 192 


Add 


$ 


1,612.00 


10. 


Provide NO-CHASE series 4G grease duct system to meet duct chase code requirement, 
as per C.O.R. # 195. 


Add 


$ 


2,887.00 


11. 


Provide Photocells (Daylight Harvesting) per Proposal Request 55, 
as per C.O.R. # 197. 


Add 


$ 


9,413.00 


12. 


Leave Ducts in parking level unpainted to match rest of space, per VER 19, 
as per C.O.R. #199. 


Deduct 


$ 


(1,380.00) 


13. 


Provide Finish Changes, except Terrazzo, for Transit Waiting 1175, Lobby 1200, 1240 
and Corridor 1131 per Proposal Request 67, as per C.O.R. #200. 


Add 


$ 


1,720.00 


14. 


Provide two hose bibbs with freeze proof faucets at the east and west mechanical shafts, 
as per C.O.R. # 201r. 


Add 


$ 


1,710.00 



Page 1 of 2 



15. Provide Exhaust Duct from Air Room P298 per Proposal Request 84, 
as perC.O.R. # 202. 

16. Provide changes to detail 5/A2.8 per RFI 453, 
as perC.O.R. # 203. 

17. Provide revisions to room 1272 per revised Proposal Request 82, (Transit urinal) 
as perC.O.R. # 204. 

18. Provide 12" x 12" x 24" columnette for precast at grid 10-B per RFI 315, 
as perC.O.R. # 209. 

Total for Change Order No. 19 



Add $ 



Add $ 



Add $ 



3,206.00 



977.00 



1,617.00 



Add $ 249.00 
$ 90,280.00 



Not valid until signed by both the Owner and Architect. Signature of the Contractor indicates agreement herewith, including any adjustment in the Contract Sum or Contract Time. 



The original Contract Sum was 

Net change by previously authorized Change Orders 

The Contract Sum prior to this Change Order was 

The Contract Sum will be (increased) (d e cr e as e d) by this Change 

The new Contract Sum including this Change Order will be 

The Contract Time will be (incr e a se d) (d e cr e as e d) (unchanged) by 

The Date of Substantial Completion as of the date of this Change Order therefore is 



$ 
$ 



18,459,484.00 
1,656,621.00 



20,116,105.00 
90,280.00 



$ 20,206,385.00 
calendar days 
November 27, 2000 



Owner: 

Marion County 
100 High St. NE 
Salem, OR 97301 

|By: 



Owner: 

Salem Area Mass Transit District 
3140 Del Webb Ave. NE 
Salem, OR 97303-4165 



I By: 



Date: 



Architect: 

Arbuckle Costic Architects, Inc. 

363 State Street 

Salem, Oregon 97301-3655 



[By, 



Date: 



Contractor: 

Pence/Kelly Construction, Inc. 

P.O. Box 4109 

Salem, Oregon 97302-8109 



|By: 



Project Manager: 

Melvin Mark Development Co. 
111 SW Columbia, Suite 1380 
Portland, Oregon 97201 

I By: 



Date: 



Date: 



| Date: 



File: 9828-1 1b 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 
COR Title: Hose bibbs at roof 



COR No. 



00201 



DATE: 2/3/00 
JOB: 99006 
ISSUE: 00302 



1 . Coptract time being extended 

Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 2/4/00 ) 



For work described below, we offer the following quotation. 



Provide two hose bibbs with freeze-proof faucets at the east and west end of the roof per this mornings project 
meeting. 



Total Cost: 



$1,710 






Accepted B> 



Date 



Accepted By: 



Construction, Inc. - Dave Hays 



Salem Arqk Transit - John Wittington 

Date: ^ /lo / pO 



'ompanies -*Craig Lewis 



- Billy Wasson 



Date 



Pro Management Systems. Inc. 
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30N / 
CADE / 



OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 



1728 - 22ND ST. S.E. 
P.O. BOX 12127 
SALEM, OREGON 97309 



MECHANICAL CONTRACTORS 



CCB 127 

PHONE 

FAX 



(503) 588-0355 
(503) 364-2276 



RECEIVED 

FEB 7 2000 

Pence Kelly 
Construction 

February 3, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order # 31 
Verbal Request 

Attn; John Gremmels 




Below please find cost breakdown for labor and material to provide two frost proof hose bibs (Woodford 
Model 65) per direction from Dave Hays. 



Description 



Hrs $/hr 



Totals 



OCPH: 



Labor: 



Material: 



Foreman 
Labor 

Deliv. & Recv. 



2.50 $52 $ 
12.75 549 $ 
0.75 $23 $ 
$ 



130.00 
625 00 
17.00 
437.00 



OTHER: 



SUBS: 



Insulation Sub. 



160.00 



10% Profit and OH 



$ 

Total Add: $ 



137.00 
1,506.00 



If you have any questions please call. 



Sincerely, 

Richard L. Vogt 
Project Manager 




cc: File 9907 
Job Site 



Courthouse Square 9907 



OCPHC.O. #31 
MATERIAL TAKE-OFF/LABOR ESTIMATE 



QUANTITY 


UNIT 


DESCRIPTION 


LABOR HOURS 
UNIT TOTAL 


2 


hA. 


WUUUrURU OO HUot bib 


n 7n 


1 /in 


/in 
4U 


r 1 . 


o //i ii TV/DC 1 PODDCD niDC 

o/4 1 YPh L UUrrtK PIPb 


n n/t 
U.U4 


1 fin 


2 


LA. 


O/yT* TCC PkDII 1 c 

o/4 1 bb UKILLo 


0.21 


n ao 
U.42 


Q 
O 


hA. 


o/4 UOPPbK yU Ubu. 


0.42 


o.ob 


2 


hA. 


3/4 COPPER hhMALh ADAPTORS 


0.48 


n 0£5 

o.yb 


2 


bA. 


HANGER ASbbMbLibb 


0.50 


^ nn 
1 UU 


2 


EA. 


CORE DRILLS 


1.00 


2.00 


2 


bA. 


GROUT HOLES 


1 .00 


2.00 













































































































































































































































































































































Total Man Hours: 12 74 



Total Material Cost: $ 437.46 



NOTE; LABOR CALCULATIONS ARE COMPUTED USING THE "NATIONAL LABOR CALCULATOR" METHODS 

Page 1 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



4\ 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: PR #84; Exhaust Duct from Air Room 



COR No. 



00202 



DATE: 2/4/00 
JOB: 99006 
ISSUE: 00297 



1 . Contract time being extended 
^j©* ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 2/11/00 ) 



For work described below, we offer the following quotation. 



Provide Exhaust Duct from Air Room P298 per PR 84 



Total Cost: 



$3,206 




Reviewed 



/ Construction, Inc. - John Gremmels 



By: /faC^ 




Melvfn Mark Conjpanies - Craig Lewis 

Date: ^u,i. 



Salem Area Transit - John Wittington 



Accepted By Nv^j j 



Marion County J- Billy Wasson 

Date: * ~2J?M-l c*> 



Pro Management Systems, Inc. 
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Received: 2/ 2/00 2:51PM; 

02/02/00 15:50 FAX 503 364 2276 



503 304 2278 -> PENCE KELLY; Page 3 

ORE CASCADE INC. 



0003 




O-COOIKCGNTIUCIHS 



OREGON 
CASCADE i 
PLUMBING & 
HEATING inc. 

MECHANICAL CONTRACTORS 



) 



1728 - 22ND ST. S.E. 
P.O. BOX 12127 
SALEM, OREGON 97309 



CCB 127 

PHONE (503) 588-0355 
FAX (503) 364-2276 



February 2, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order #30 
PCC #45 

Attn: John Gremmels 

Below please find cost breakdown for labor and material to add exhaust duct for Room P298 per PCC 
#45. 



OCPH; 



Description 



Hrs $/hr 



Totals 



Labor 



Foreman 
Labor 

Deliv. & Recv. 



Material: 



0.00 $52 $ 
0.00 $49 $ 
0.00 $23 $ 
$ 



OTHER: 



SUBS: 



HVAC Sub. (see attached) 



2,773.00 



10% Profit and OH 



If you have any questions please call. 



$ 

Total Add: $ 



277.00 
3,050.00 



Sincerely, 



Richard L Vogt 
Project Manager 



cc: File 9907 
Job Site 



Received : 2 / 3/00 12: OOPM; 

02/03/00 1 2:59 FAX 5 3 364 227 6 



503 364 2276 - =- PENCE KELLY ; Pag© 2 

ORE CASCADE INC. 



S002 



Brainard SheetMetal Inc. 



Native American Contractor 



Healing Ventilation & Air Conditioning 



732 Shelley Street 
Springfield, Oregon 97477 
541-726-8931 Fax 747-2893 



January 31, 2000 

Oregon Cascade Plbg. & Heating 
P.O. Box 12127 
Salem, OR 97309 

Attn: DickVogt 

RE: Courthouse Square - PCC #45-PR #84;Add duct at P-298 



Labor and material breakdown for the exhaust duct at Air room P-298 
as requested: 



Dick: 



Labor: 

Material: 

OH&P 



$1,797.75 
$ 723.00 
$ 252.00 



Total: 



$2,772.75 



detailed breakdown as requested: 



fabricate and install duct work 17 ft. 
labor: install 17 hrs., shop fab./ 6 hrs. 
material: / 20 gauge / 7 sheets 
72"x24" cap- fab & install labor (3 hrs.) 
72"x24" ductmate, for all of above 
labor: (3 hrs. shop.) ductmate 
sleeve to louver material 4'x6'xl3" long 
labor: fabricate &c install 4.5 hrs 
ductmate material 
3/4 hrs labor to fab. 
misc. screws, gaskets, supplies 



$1,173.00 
S 168.00 
S 153.00 
$ 496.00 
$ 153.00 
$ 37.00 
$ 229.50 
$ 22.00 
$ 38.25 
$ 51.00 



OH&P 
TOTAL 



$ 252.00 
$2,772.75 



8 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 
COR Title: RFI 453; Detail 5/A2.8 



COR No. 



00203 



DATE: 2/8/00 
JOB: 99006 
ISSUE: 00300 



1 . Contract time being extended 
( P} ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 2/15/00 ) 



For work described below, we offer the following quotation. 



Provide Changes to Detail 5/A2.8 per RFI 453. 



Total Cost: 



$977 






Accepted By: 
Date: 
Accepted By:_ 



Peru 



Date: 



felly construction, Inc. - John Gremmels 



Reviewed By: 




ipanie*^ Craig Lewis 



Salefn A/ea Transit - John Wittington 



2 Ith Iqo 



Accepted By sT^jRfe£ 

Marion CountyV- Billy Wasson 

Date: « 



Pro Management Systems, Inc. 
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FEB-07-00 HON 11:52 AH PENCE KELLY 

FEB-07-2000 U:5? SKYLINE SHEETMETAL 

PENCE/KELLY 

CONSTRUCTION, INC. 

portend 22MB81 F*x (503) MBWT 



Kl I I Y ; 




FAX NO. 503 585 7477 P. 01 

503 666 9189 P.01/-B1 



Potential Change or Clarification 



TO: Doug Petersen 

Skyline Sheet Metal inc. 
1535 NW Sundial Rd. 
Troutdale, OR 97060 

Project: Courthouse Square 
PCC Title: RFI 453; Detail 5/A2.8.1 
Respond By: " 2/7/00 " 



00008 



PCC No. 

DATE: 1/31/00 
JOB: 99006 
ISSUE No.: 00300 
CONTRACT No.: 9906-07610 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please review RFI 453; Detail WA2.8., for 1 possible changes to your contract, You must submit prices within ten days. 

4 



Coat Impact: ^ 
Time Impact: Z-p^a 



4 



Please check box if no time AND cost impact: □ 
INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 

Issued By: John Gremmele By: 

Date: 

RFCTIFFR 9 ?nnn All responses require signature 

TOTAL P. 01 




---Sy 1 ^ 3655 

At: 5813855 



ARBUCKLE COSTIC 
503 364 5382 ; 



-> HHDC 
jan-28-00 3:24PM; 



©001/002 
Page 1/1 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Uop SE, S«fem t OR 97902 

Portland (£03) 234^181 F«* (603) S8W477 

CCB# 63435 



r 



Request for Information 



TO: Leonard Lodder 

Arbuckle Costic Architects 
363 State Street S.E. 

Salem, OR 97301-3533 

a roject: Courthouse Square 
Subject; Detail 5/A2.8. 1 modification 
Mease process and return by no later than 2/4/00 



RFI No. 



00453 



DATE: 1/2B/00 
JOB: 99006 
ISSUE No.; 



Question 



Spec Ref. 



Dwg.R«f.# A2.8.1 



Per meeting with Leonard Lodder, Steve Schaad and the Umpqua Roofing, detail 5/A2.8.2 will be 
modified along with RFI #401, Please provide the modified detail. 



Signed: Jphy> Gremmels 



Response By: Firm: 
Date: 



3n receipt of this REf you must/iotlfy Pence/Kelly within 2 days, whether the RFI is a no cost change, or 
bra to your cojjiract.^d^iji^nal costs must be submitted within 10, days of receipt. 

_ Date; ^ / *Sl ^/Z*s._ 



"&ato Levvis, MMDU 



»[ -Mine Swiemo, fnc. 



Page 1 of 1 




ARBUCKLE COSTIC ARCHITECTS, INC. 

363 State Street 
Safem, OR 97301-3533 
503/58M114 Fax: 503/581-3655 
E-Mail: aichitectnSartJucMeconic.com 



C Memo 



□ Meeting Notes 



Project Name: ^QjgfU^.^ "^a. 

Project No: '*&7fPs 

RE: Sj/Afiift.L 



□ Telephone Call 



D To be typed 




f^fe f=|Ki IMEK»L.. 



i_of_i 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 
COR Title: PR # 82 Transit Urinal 



COR No. 



00204 



DATE: 2/10/00 
JOB: 99006 
ISSUE: 00291 



1 . Contract time being extended 
i^Jo) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of I 2/17/00 ) 



For work described below, we offer the following quotation. 



Provide revisions to room #1272 per revised PR #82 dated 1/10/2000. 



Total Cost: 



$1,617 




Accepted By^ 
Date 
Accepted By 




ce/Ke|ly Construction"! Inc. - John Gremmels 

%J\ofo 




Said 



4rea Transit - John Wittington 

Date: ^ 2^1%^ j 00 




Marion County IBilly Wasson 

Date: * ^^ [Gfc 



Pro Management Systems, Inc. 
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Received: 2/ 9/00 A :28PM; -> PENCE KELLY; Page 2 

02/10/00 07:26 FAX 



002 



WESTERN PARTITIONS, INC. 

8300 S.W. Hunziker Road 
"Hoard, OR 67223 
(503) 620-1600 

Project: Courthouse Square 

Contractor: Pence / Kelly Construction, Inc. 
GC Refers: PR #82 
Description: 

ADO NEW RESTROOM PARTITION 



CHANGE ORDER REQUEST 

ATTN: Dave Hays ( P.M. ) 

WPI JOB #: 99*05-3790 
WPICOR#: COR 42 

Prepared by*. RoQ*r HunttJnygr 09-Fet>40 



DIRECT COST 



1. LABOR 



MAN HRS. 



RATE 



TOTAL 



Layout 
Frame 
Hang 

Tape & Finish 

Trim6 

Palening 

Insulation 

Acoustic Ceilings 

EIFS 

wood irtttaflatton 
Demolition 

Doors / Frames / Hdwre 
Trawl & Access Time 
Clean / Stock/ Truck 
Woncng Foreman 
Project Management 
Premium Time Rate 
Double Time 



0.5 
1 
1 

0.5 



0.5 



S 48.59/HR 
S 44.84/HR 
S44.B4/HR 
$ 44.84/HR 
$ 44.84/HR 
$ 44.A4/HR 
% 44.84/HR 
S 44.647HR 
S 44.B4/HR 
S 44.84/HR 
S 44.84/HR 
$ 44.B4/HR 
I 44 64/HR 
$44.94VHR 
S 48.59/HR 
S60.00/HR 
S 68.09/hR 
$ B5 77/HR 



S0.00 
522.42 
$44.64 
$44.6d 
$22 42 
SO.0O 
S0.00 
$0.00 
50.00 
$0.00 
$0.00 
$0 00 
$0.00 
$0.00 
52^,30 
$0.00 
$0.00 
$0.00 



SUBTOTAL 



$158.82 



TOTAL LABOR COST 



2. EQUIPMENT & SCAFFOLD RENT 



$156.B2 



DESCRIPTION 



OTY. 



PRICE 



TOTAL 

$0.00 
$0.00 
$0.00 
$0.00 



TOTAL EQUIP. RENT 



3, MATERIALS 



so oo 





DESCRJPTION 


QTY. 


PRICE 


TOTAL 




1 


400IC20 STUDS 


48 


$0,514 


$24.67 




2 


4O0WT20 TRACK 


5 


$0,618 


$2.59 




3 


DENS SHIELD 


60 


$0,752 


$60.16 




4 


INSULATION 


40 


$01 SO 


$6.00 




5 


CORNERBEAD 


32 


$0,200 


88 40 




e 


MISC SCREWS, SHOTS. ETC. 


BO 


$0,200 


$16.00 




7 







$0,000 


$0.00 




a 







$0,000 


$0 00 












$0,000 


$0 00 




10 







$0,000 


$0.00 














S11S.B2 






SUBTOTAL 






$274.34 






LABOR OVERHEAD/PROFIT 




10% 


$1588 






EQUIPMENT OVERHEAD/PROFIT 


10% 


$0 00 






MATERIAL OVERHEAD/PROFIT 




10% 


sn.sa 



TOTAL AMOUNT THIS COR 



S302 10 
S302.00 



Rocoivoci: I2/30/S9 7:57AM; 503 5S5 7477 -> PENCE KELLY; Page 2 

DEC-30-99 THU 07:58 AM PENCE KELLY FAX NO. 503 585 7477 

Dec29. \mr 8:43PMreSALEM TILE N 



P. 02 



c29- 1 9 9 9f" 8:43PMf c iALtM 1 1 
CONSTRUCTION, INC. 

274T Ptnoi Loop BE, Stlem. OR 87302 (803)399-7223 
Portland (509) 224-8BB1 pax (80S) SB6-7477 

CCB H SJ435 



0.15I2 P. 



Potential Change or Clarification 



TO; BobRochefort 

Salem Tile & Decorative Surfaces 
2754 Pence Loop 
Salem , OR 97302 

Project: Courthouse Square 

PCC Title: PR #82: Add Urinal to Restroom 1272 

Respond By: 12/24/99 



00005 



PCC No. 

DATE: 12/17/99 

JOB: 99006 

ISSUE No.: 00291 
CONTRACT No.: 9906-09300 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 

Please review PR #82; Add Urinal to Restroom 1272, for possible change In cost to your contract, You must notify^ 
Pence/Kelly within 2 days and submit cost within 10 days. 

to l^tfo 

Cost Impact: 




.XT 



5^° * J( 



Please check box if no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: Dave Hays 




All responses require signature 



RECEIVED 

m Zl 2000 

Ponce Kelly 
Construction 

January 26, 2000 

Pence/Kelly Construction 

P O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order #29 
PCC #44 

Attn: John Gremmels 

Below please find cost breakdown for labor and material to delete one (1) L-1 Lavatory and add one (1) 
U-1 Urinal per PCC #44 and revised SD-062 dated 1/10/00. 



Description Hrs $/hr Totals 

OCPH: 



OTHER 



SUBS: 



Labor; 


Foreman 


1.50 


$52 


$ 


78.00 




Labor 


7.25 


$49 


$ 


355.00 




Deliv. & Recv. 


0.50 


$23 


$ 


12.00 


Material: 








$ 


329.00 




10% Profit and OH 






$ 


77.00 



Total Add: $ 851.00 

If you have any questions please call. 

Sincerely, 

Richard L. Vogt 
Project Manager 




OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 

MECHANICAL CONTRACTORS 



1728 - 22ND ST. S.E. 

P.O. BOX 12127 

SALEM, OREGON 97309 



CCB 127 

PHONE 

FAX 



(503) 588-0355 
(503) 364-2276 



cc File 9907 
Job Site 



Courthouse Square 9907 



OCPH CO. #29 
MATERIAL TAKE-OFF/LABOR ESTIMATE 



QUANTITY 


UNIT 


DESCRIPTION 


LABOR HOURS 
UNIT TOTAL 


ADD 










4 


EA. 


2" NH CI 22 DEG. 


0.00 


0.00 


1 


EA. 


2" X 2" X T NH CI TAPPED SAN TEE 


0.00 


0.00 


1 


EA. 


2" GALV. NIPPLE 


0.00 


0.00 


1 


EA. 


1/1/2" CO. PLUG WITH CHROME COVER 


0.50 


0.50 


7 


FT. 


3/4" TYPE L COPPER PIPE 


0.04 


0.28 


1 


EA. 


3/4" COPPER TEE 


0.42 


0.42 


2 


EA. 


3/4" COPPER 90 DEG. 


0.42 


0.84 


1 


EA. 


COPPER HOLDRITE 


0.25 


0.25 


6 


EA. 


PLASTIC INSERT PIPE PROTECTORS 


0.10 


0.60 


8 


EA. 


2" NH COUPLING 


0.30 


2.40 


1 


EA. 


U-1 URINAL (COMPLETE) 


4.00 


4.00 


CREDIT 










-1 


EA. 


L-1 LAVATORY (COMPLETE) 


2.00 


-2.00 



























































































































































































































































































Total Man Hours: 7 29 



Total Material Cost: $ 328 66 



NOTE: LABOR CALCULATIONS ARE COMPUTED USING THE "NATIONAL LABOR CALCULATOR" METHODS 

Page 1 
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Dec 21 99 03:27p Tony McLaren (541)342-7588 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-3681 Fax (503) 585-7477 

CCB # 63435 



TO: Rich 

Lane County Glass, Inc. 
1369 West 6th Ave. Ste 100 
Eugene, OR 97402 



00019 



Project: Courthouse Square 
PCC Title: PR #82; Add Urinal to Restroo~m 1272 
Respond By: 12/24/99 



Potential Change or Clarification 

PCC No. 

DATE: 12/17/99 
JOB: 99006 
ISSUE No.: 00291 
— — CONTRACT No.: 9906-08800 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please review PR #82; Add Urinal to Restroom 1272, for possible change in cost to your contract. You must notify 
Pence/Kelly within 2 days and submit cost within 1 days. — 



Cost Impact: 
Time Impact: 




Please check box if no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: Dave Hays By: ^ S ^ iP/^ 



Date: ~ c3U - ^ */ 



Pro Management Sy*Ums. Inc. 



All responses require signature 



12/21/99 3:25PM: 541 342 7588 -> PENCE KELLY; 



Dec 21 99 03:27p Tony McLaren (54 1)342-7588 



Fax 



Please deliver immediately to: John Gremmels 

of: Pence/Kelly / Courthouse Square 

Fax number: 9-1-503-364-5382 

Voice number: 1-503-364-8332 

Fax received from: Tony McLaren 

of: Lane County Glass Inc. 

Fax number: (541)342-7588 

Voice number: (541)342-7588 

Date: 12/21/99 

Time: 3:27:00 PM 

Number of Pages: 2 

Subject: Courthouse Square / PCC 0001 9 



Message: 

John, Attached find the responce for the above PCC. Reduce the mirror @ 
restroom#1272 

Regards.Tony McLaren 



DEC-20-99 MON 11 : 10 AM PENCE KELLY FAX NO 503 585 7477 

FROM : ftCTIOM-PRlDE CABHETS INC. PHONE NO. : iai+OHJ-^tfoi ' — . 

.er.t ny; PRICE KI-LLY; JbJ > 

PENCE/KELLY 

CONSTRUCTION, INC. 




CCB* I'iUB 



Potenti al Change or Clarification 

PCC No. [~ 00003 



TO: Brian LllUc 

Action Pride Cabinets Inc DATE" 12/17/99 
67367 GiciV Road 

Bend, OR 97701 JOB: 99006 




Project: Cowhouse Square CONTRACT No.: 9906-1?49Q 

PCC Title: PR #82; Add Urinal to Restroom 1272 
Respond By: 12/24/99 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or tlmo Impact. 



Please icview PR »62; Add Urinal io Ptestroom 1272. for possible change in cost 10 your contract. You must notify 
Panee/Kelly wlihln 2 d&ys anrJ submit cost Within 10 (Jays. 

Cost impact: < $C l<V d> > 
Tim© Impact: ^&T~ 



Please check box If no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: Dav e Harys 




Date: 



All rosponfc&a require signature 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 315; Column for Precast 



COR No. 



00209 



DATE: 2/18/00 
JOB: 99006 
ISSUE: 00164 



1 . Cofrtr^ct time being extended 

) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 2/25/00 ) 



For work described below, we offer the following quotation. 



Provide 12" x 12" x 24" Column for Precast at grid 10-B per RFI 315 



Total Cost: 



$249 






Accepted By: 



Pene47Kfelly Construction, Inc. - John Gremmels 

Date: If l/lSfc** 



Reviewed By: 



Accepted By:_ 




Salerr/Ar^a Transit - Joha Wittington 

Date: \ /'^/q>f IdD 



Accepted By 



Date: 



Pro Management Systems, Inc. 
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Sent By: PENCE KELLY; 
To: Arbuckle Costic 



503 364 5382 



Jul-23-99 15:24} 



Page 1/1 



At: 5813655 




CONSTRUCTION, INC. 



27*7 



Po aatld(503)224-38B1 



CCi 



ENCE/KELLY 



PwMeUopSE, Baton, OR B7«02 (603) S99-7223 



#CMS6 



Fax (503) 686.7477 



Request for information 



TO: Leonprd Lodder 

Arbutkle Costic Architects 
363 State Street S.E. 



RFI No. 



00315 



Saleri, OR 97301-3533 



Project: 
Subject: 
Please 



< Courthouse Square 

Column for Brick Support Frame 

and return by no later than 7/30/99 



DATE: 7/23/99 
JOB: 99006 
ISSUE No.: 



process 



Questio i 



Spec. Ref. 



Dwg. Ref. # A2.2.1 



The 

Ig-B anc 



structural drawings do not call for a column for support of the brick support frame at grid 
at 3a-B on A2.2.1 . Per phone conversation with Tim Terrich, he recommend a 12" x 
column with 4 #4 verts and #3 Bands @ 4" o.c. Please confirm. 



Signed: 



John Grammels 



Response 



By: 



Firm: 



Date: 



Upon receipt 
an 



Df this RFI you must notify Pence/Keliy within 2 days, whether the RFI is a no cost change, or 
let. Additional costs must be submitted within 10, days of receipt 

■ Data: ox /zi/<r> 



Pro Maftagentonl System) Inc. 



Page 1 of 1 



